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1  City  of  Tshwane  Capital  Prioritisation  Model  (CPM) 

1.1  Introduction 

In  South  Africa,  the  capital  expenditure  of  a  city  should  primarily  be  driven  the  IDP.  The  regulations 
published  in  MFMA  Circular  No.  80  (Municipal  Finance  Management  Act  No.  56  of  2003),  compels  all 
municipalities  to  ground  their  capital  expenditure  in  the  IDP  process.  SPLUMA  Chapter  4  furthermore 
compels  local  authorities  to  formulate  a  Capital  Information  Framework  (CIF).  The  meaningful 
allocation  of  capital  expenditure  for  municipalities  is  however  a  challenging  balancing  act  that  must 
seek  to  address: 

•  Infrastructure  backlogs, 

•  The  restoration  of  human  dignity, 

•  The  creation  of  a  safe  and  secure  environment, 

•  The  provision  of  basic  services, 

•  The  maintenance  of  existing  assets, 

•  The  protection  of  our  heritage  and  environment, 

•  The  creation  of  sustainable  job  opportunities, 

•  The  boosting  and  creation  of  economic  activities/opportunities  and 

•  Strategically  investing  into  a  growing,  sustainable,  liveable  and  globally  competitive  city 
environment. 

A  prioritisation  methodology  is  therefore  required  that  will  consider  qualitative,  quantitative  and 
spatial  priorities  as  articulated  by  municipality's  strategic  as  well  as  technical  leadership,  and  as 
enshrined  by  municipality's  various  strategic  plans  such  as  the  MSDFs,  the  RSDFs  and  the  IDP.  It  is 
recognised  that  the  planning  environment  is  continuously  changing  in  response  to  new  challenges  and 
new  dynamics  gets  introduced  constantly  due  to  a  variety  of  reasons.  The  process  of  prioritisation 
therefore,  must  possess  of  the  ability  to  comprehensively  on-board  new  issues  for  consideration  and 
easily,  and  most  importantly  transparently,  adapt  and  change  to  the  changing  needs  of  the 
municipality. 

The  need  for  a  mechanism  to  drive  the  strategic,  yet  equitable,  allocation  of  capital  within  the  city, 
stems  from  the  following  realities: 

•  Urbanisation,  immigration  and  growth 

"The  State  of  South  African  Cities"  report  produced  Cities  Support  Network  in  2016,  report 
that  South  African  Cities  are  inundated  by  rapid  urbanisation.  A  significant  number  of  the 
population  within  South  African  cities  has  low  levels  of  education  resulting  in  high 
unemployment,  very  low  incomes  and  poor  living  standards.  There  are  not  enough  job 
opportunities  for  unskilled  labourers  in  economy  to  address  this  issue  adequately. 

Because  of  this  urbanisation,  cities  must  deal  with  a  relentless  demand  for  infrastructure  and 
services.  Unconstrained  urbanization  and  population  growth  have  resulted  in  the  demand  for 
infrastructure  and  services  outstripping  the  financial  resources  of  cities.  Given  the  limited 
resources  to  address  these  needs,  prioritization  of  capital  expenditure  has  become  a  factor  of 
critical  importance. 

•  The  importance  of  the  city  and  regional  economy 

One  of  the  main  drivers  of  economic  sustainability  is  the  creation  of  job-opportunities. 
Affecting  economic  changes  requires  a  multi-pronged  approach  involving  a  range  of 
interventions  across  a  number  of  industries.  From  a  capital  expenditure  perspective  though, 
the  process  of  prioritisation  can  benefit  from  the  sophistication  of  a  complex,  macro- 
economic  econometric  model. 
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•  Increasing  Maintenance  Burden 

Cities  are  faced  with  the  conundrum  of  balancing  spatial,  social  and  economic  transformation, 
whilst  maintaining  the  existing  asset  base  of  the  city.  Spatial,  social  and  economic 
transformation  is  often  associated  with  the  provision  of  new,  quality  infrastructure  in  support 
of  liveable  communities  either  in  newly  demarcated  development  areas  or  as  part  of 
upgrading  severely  marginalized  communities,  with  a  poor  service  provision  history  and  a 
backlog  of  service  delivery  demands. 

A  balanced  approach  to  capital  spending,  focusing  partially  on  the  provision  of  new 
infrastructure,  whilst  maintaining  the  existing  asset  base  and  revenue  stream  is  important.  A 
fundamental  consideration  of  all  capital  expenditure  therefore  must  include  the  estimated 
OpEx  burden  that  will  result  from  the  capital  that  is  being  spent.  The  OpEx  burden  is  inevitable 
-  a  situation  can  however  arise  whereby  the  OpEx  continues  to  grow  to  the  extent  that  it 
starts  to  impact  on  the  available  CapEx. 

•  Coordination  and  Inter-dependency 

Capital  project  preparation  is  often  undertaken  in  a  non-integrated  way  in  that  the  different 
departments,  divisions  and  agencies  plan  and  budget  for  capital  projects  in  isolation  from  each 
other.  This  is  not  necessarily  intended,  it  is  simply  a  consequence  of  a  large,  multi-disciplinary 
organisation.  Departments  often  have  their  own  priorities  and  their  own  methods  of 
determining  such  priorities.  These  methods  vary  in  terms  of  sophistication  and  detail.  The 
provision  of  municipal  infrastructure  requires  integrated  project  planning  and  preparation. 
Therefore,  a  decision  support  system,  which  facilitates  the  coordination  and  integration 
between  planning  and  infrastructure  provision  on  a  project  preparation  as  well  as  an 
institutional  level  is  critical. 

•  Competing  Interests 

Although  basic  services  infrastructure  (i.e.  water,  sanitation,  electricity  and  solid  waste 
management)  is  often  as  high  on  the  community  delivery  agenda  as  social  facilities  and 
amenities  (i.e.  clinics,  libraries,  community  facilities  etc.),  these  different  infrastructure  types 
do  not  always  receive  equitable  capital  allocation.  Often,  income  generating  capital 
expenditure  (i.e.  capital  spent  on  infrastructure  which  can  yield  some  form  of  monetary 
return)  receives  larger  quantities  of  capital  budget  than  non-income  generating 
infrastructure.  A  decision  support  system,  which  allows  for  scenario  testing  in  relation  to  the 
ratio  of  income  generating  and  non-income  generating  capital  expenditure,  taking  into 
account  the  impact  that  this  would  have  on  the  city's  financial  sustainability  is  required. 

•  Spatial  Transformation  Agenda 

The  spatial  vision  of  South  African  cities  seeks  to  transform  the  developmental  landscape  to 
become  a  more  inclusive,  efficient  and  equitable.  Consequently,  capital  spending  should  be 
earmarked  to  drive  the  spatial  transformation  agenda  which  in  turn  will  result  in  a  spatially 
transformed  and  economically  sustainable  city  structure.  A  decision  support  system,  which 
enables  capital  project  prioritisation,  reporting  and  tracking  quantitatively,  qualitatively  and 
spatially,  is  required  to  ensure  that  capital  spending  is  focused  on  strategic  spatial  structuring 
areas  to  achieve  the  desired  city  spatial  form. 

The  complexity  and  interdependency  of  these  issues  is  very  challenging,  and  each  year,  new 
considerations  and  priorities  are  introduced.  The  need  for  a  system  that  assist  in  the  facilitation  of 
such  a  process,  together  with  additional  benefits  of  record-keeping,  tracking  and  reporting  is 
therefore  evident. 
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The  prioritisation  process  facilitated  by  a  system,  should  be  easy  to  understand  and  interpret  whilst 
allowing  for  accessibility  and  input  by  its  users  on  any  level  of  detail  required.  Given  the  diverse  range 
of  different  departments  and  divisions  within  the  typical  South  African  municipality  and  the  divergent 
needs  stemming  from  each  department,  it  is  essential  that  the  prioritization  methodology  lends  itself 
towards  participation  and  allows  for  easy  calibration  by  key  decision  makers. 

In  the  process  of  prioritization,  the  importance  of  a  multitude  of  considerations  must  be  emphasized. 
Although  it  is  commonly  accepted  that  the  municipality's  IDP  should  be  the  primary  driver  of  priorities, 
there  are  however  many  other  metrics  that  should  be  considered  in  the  process.  Some  of  these 
considerations  are  briefly  highlighted. 

The  first  fundamental  to  consider  is  funding  that  is  available  for  implementation  and  how  this  capital 
is  sourced.  This  informs  of  the  affordability  of  implementing  the  list  of  capital  needs.  In  a  municipal 
environment,  capital  is  sourced  from  a  number  of  places.  Among  these  sources  are  bonds  and  loans. 
The  affordability  and  the  debt  thresholds  set  by  the  MFMA  are  important  considerations  in  this 
process. 

Technical  inputs  stemming  from  the  municipality's  asset  management  system  or  from  other  technical 
reports  or  processes  represent  another  important  aspect  to  consider  in  the  process  of  prioritization. 
These  technical  inputs  often  do  not  align  optimally  with  IDP  objectives  but  are  important  all  the  same 
due  to  age,  wear  or  other  important  reasons.  Other  technical  aspects  such  as  the  technical 
interdependence  of  projects  also  play  an  important  role.  This  will  have  the  consequence  that  projects 
that  appear  to  be  of  a  lower  priority,  may  be  elevated  in  importance  if  they  are  enablers  of  other, 
important  projects. 

The  economic,  socio-economic  and  environmental  impacts  also  represent  impact  lenses  that  casts  an 
important  perspective  on  project  impacts.  There  are  various  methods  and  models  to  determine  these 
impacts  to  varying  degrees  of  accuracy.  Within  a  service  delivery  framework,  it  is  essential  that  these 
elements  be  included  in  the  prioritization  process. 

Lastly  and  very  importantly,  the  spatial  alignment  of  a  project  to  a  municipality's  strategic  or  political 
objectives  needs  to  be  included  in  prioritization  process.  The  assumption  is  often  erroneously  made 
that  these  spatial  aspects  are  adequately  captured  by  the  IDP  process.  The  reality  is  however  more 
complex  and  dynamic.  Spatial  priorities  are  often  revealed  throughout  the  IDP  cycle  by  new  processes 
such  as  the  development  of  Strategic  Development  Frameworks  (SDFs). 

1.2  Purpose  of  the  Capital  Prioritisation  Model 

The  Capital  Prioritisation  Model  (CPM)  of  the  City  of  Tshwane  is  a  systematic  and  objective 
methodology  that  provides  a  way  to  sort  a  diverse  set  of  capital  needs  or  projects  into  an  order  of 
importance  based  on  each  capital  need  /  project's  alignment  to  the  strategic,  spatial,  developmental, 
social,  economic,  environmental  and  financial  objectives  of  the  municipality.  The  CPM  identifies  each 
project's  relative  importance  by  deriving  a  numerical  value  representative  of  the  project's  priority. 

The  CPM  provides  a  means  for  ranking  capital  needs  /  projects  based  on  criteria  that  are  the  most 
important  to  focus  on  first  in  terms  of  meeting  the  city's  overarching  developmental  objectives  and 
strategies.  This  also  assists  in  promoting  co-ordinated  and  aligned  departmental  planning  and 
budgeting. 

Project  prioritisation  can  therefore  be  described  as  a  process  for  assessing  a  project  against  a  number 
of  variables  such  as,  economic,  social,  environmental,  legislative  and  financial  variables,  in  order  to 
determine  a  capital  project's  alignment  with  or  contribution  to  such  variables.  It  provides  for  a 
systematic  and  objective  assessment  of  an  ongoing  or  completed  project.  All  the  impacts  associated 
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with  a  capital  project  are  identified,  and  where  possible,  costs  and  benefits  valued  in  monetary  terms, 
so  as  to  ensure  that  project  prioritised  and  selected  for  implementation  by  city  will  provide  the 
maximum  net  benefit  to  the  community,  economy  and  environment  -  the  balancing  effect. 

1.3  CPM  Mathematical  Framework 

Any  prioritisation  process  should  be  easy  to  understand  and  interpret  whilst  allowing  for  accessibility 
and  input  by  its  users  on  any  level  of  detail  required.  Given  the  diverse  range  of  different  departments 
and  divisions  within  the  municipality  and  the  divergent  needs  stemming  from  each,  it  was  deemed 
essential  that  the  methodology  lends  itself  towards  participation  and  allows  for  easy  calibration  by 
key  decision  makers. 

To  fully  take  into  account  all  factors  relevant  in  deciding  which  projects  to  receive  priority,  the  utility 
analysis  method  is  used  that  takes  all  the  relevant  system  constraints  into  account. 

"Utility  analysis  is  in  effect  a  semi-quantitative  means  of  'trading  off  the  effects  of  implementing  any 
given  scheme ,  that  is ,  the  relative  desirability  of  achieving  a  given  set  of  goals  and  objectives  and  the 
degree  to  which  this  target  system  is  fulfilled,  are  combined  to  give  a  measure  of  how  far  each 
scheme  will  go  in  meeting  all  or  any  of  the  goals  and  objectives ,  and  so  provides  the  answer  to  the 
question  of  effectiveness  of  the  scheme.  The  distinguishing  feature  of  utility  analysis  is  that  it  can 
handle  financial,  quantitative  and  qualitative  effects  simultaneously.  Consequently,  all  of  the 
impacts  or  effects  of  a  project  which  can  be  envisaged  can  be  included  in  the  analysis."  -  Evaluation 
of  Transportation  Projects  -  Utility  Analysis;  JV  Baxa;  January  1981;  CSIR. 

A  utility  analysis  or  multi-criteria  analysis  provides  a  structured  input  for  the  decision-maker.  It 
provides  an  indication  to  the  overall  effectiveness  with  which  alternatives  will  satisfy  the  complex 
target  system.  The  process  begins  by  defining  the  problem  in  a  structured  way.  As  already  mentioned, 
the  problem  definition  can  incorporate  diverse  inputs  which  covers  quantitative,  qualitative  and 
spatial  factors.  Firstly,  certain  goals  that  should  ultimately  be  addressed,  must  be  established.  For 
each  of  these  goals,  relevant  objectives  then  must  be  established.  Each  objective  requires  a  specific 
input,  which  will  be  modelled  based  on  a  predetermined  method  or  value  function,  to  provide  an 
output. 

The  following  basic  steps  apply: 

•  Define  the  relative  preferences  for  each  goal  that  was  set  out; 

•  Define  relative  preferences  for  each  objective  that  was  set  out,  and; 

•  Weigh  each  criterion  that  was  set  up  to  reflect  their  relative  importance. 

By  following  these  steps,  each  alternative  can  be  'scored'  to  attain  a  measurement  of  performance 
that  can  be  translated  into  a  number  of  points.  The  points  system  with  which  each  criterion  is 
weighted,  as  indicated  on  the  matrix  of  utilities,  is  a  number  between  0  and  100. 

The  complexity  of  the  number  of  issues  that  had  to  be  taken  into  account  in  the  model  from  the  city's 
point  of  view,  required  that  the  model  methodology  had  to  be  adapted  to  allow  for  more  than  one 
level  of  "objectives".  Importantly,  these  objectives  all  contribute  towards  a  fundamental  set  of  goals. 
These  goals  possess  of  the  ability  to  influence  the  way  in  which  projects  will  be  rated  rather 
dramatically.  The  benefit  of  this  is  that  the  city  now  has  the  ability  to  fix  the  fundamental 
considerations  on  this  level,  to  ensure  that  it  manifests  in  prudent  financial  management  whilst  still 
ensuring  that  the  radical  transformation  as  contained  in  the  various  city  strategies,  manifests  itself  at 
this  level.  Figure  1-1  shows  the  basic  structure  of  the  CPM.  Detail  descriptions  and  calculations  for 
actual  criteria  that  are  used  in  the  CPM  are  discussed  later  in  this  section. 

The  application  of  this  methodology  in  the  Capital  Planning  and  Prioritisation  System  (CAPS)  had  to 
find  a  balance  between  complexity  and  simplicity.  This  is  required  to  ensure  participation  in  the 
process  by  a  very  broad  range  of  departments  and  divisions  within  departments.  Not  all  departments 
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are  technically  focussed  to  the  same  level  of  sophistication  -  as  is  the  case  with  the  infrastructure 
departments.  It  is  therefore  necessary  to  find  criteria  and  measurements  that  do  not  exclude  such 
department. 

This  approach  offers  a  significant  advantage  in  that  the  "principles"  of  prioritisation  becomes 
important  debating  points,  instead  of  individual  merits  projects.  Projects  emanating  from  different 
departments  do  not  have  "common  ground"  to  enable  a  meaningful  one-to-one  comparison.  Using 
this  model  though,  provides  a  platform  where  all  projects,  irrespective  of  their  origin  or  sophistication, 
is  subjected  to  the  same  principles. 
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Figure  1-1:  CPM  Mathematical  Framework 

1.4  CPM  High-level  Structure 

The  CPM  structure  has  been  divided  into  two  main  parts  (refer  to  Figure  1-2),  namely: 

•  Model  criteria  measuring  alignment  to  city  strategies 

•  Model  criteria  measuring  project  implementation  readiness. 

The  percentage  weight  distribution  between  the  two  main  model  branches  is  90%  for  the  strategic 
alignment  model  and  10%  for  project  implementation  readiness.  Refer  to  Section  1.5.1  for  an  outline 
and  description  of  the  implementation  readiness  component  of  the  CPM. 
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Figure  1-2:  CPM  High  Level  Structure 


The  CPM  structure  allows  for  projects  to  be  scored  between  two  mutually  exclusive  branches  (Refer 
to  Figure  1-2)  namely: 

•  Spatially  Mapped 

•  City  Wide  projects  or  projects  relating  to  administrative  headquarters  (Admin  HQ) 


These  two  model  branches  are  mutually  exclusive,  which  means  that  a  project  can  only  pass  through 
one  of  the  two  branches  and  can  never  be  scored  on  both  branches.  Projects  which  have  spatial 
locations  (i.e.  geo-referenced  works  locations  and  affected  or  beneficiary  areas)  are  evaluated  through 
the  "Spatially  Mapped"  branch  of  the  model,  whereas  unmapped  projects  marked  under  the  MSCOA 
regional  segment  as  "City  Wide"  or  "Admin  HQ"  are  evaluated  through  the  "City  Wide  /  Admin  HQ" 
branch  of  the  model.  This  distinction  is  made  so  that  City  Wide  and  Admin  HQ  projects  are  not 
substantially  penalised  under  the  "Spatial"  branch  of  the  prioritisation  model  -  given  that  they  cannot 
score  on  spatial  measurement  criteria. 

Once  it  has  been  determined  whether  a  project  is  spatially  mapped  or  City  Wide/Admin  HQ,  the 
project  evaluation  takes  place  according  to  the  following  thematic  categories  or  goals: 

•  Strategic  alignment  •  Economic  alignment 

•  Spatial  alignment  •  Technical  alignment 

•  Financial  alignment 

It  is  evident  from  the  high-level  tree  structure  above  (refer  to  Figure  1-2)  that  the  "Spatial  alignment" 
theme  is  only  utilised  under  the  "Spatially  Mapped"  scorecard. 

1.5  CPM  Detail  Structure 

1.5.1  Implementation  Readiness 

The  implementation  readiness  branch  forms  part  of  the  two  main  components  of  the  CPM. 
Implementation  readiness  determines  the  status  of  a  project  when  requesting  capital  budget  for 
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project  implementation.  By  measuring  the  implementation  readiness,  the  CPM  ensures  that  projects 
will  be  able  to  spend  the  allocated  budget  for  a  specific  financial  year  because  all  legislative,  regulatory 
and  procedural  (i.e.  stage  gate)  requirements  for  the  project  have  been  met. 

The  implementation  readiness  branch  is  designed  to  measure  a  number  of  project  readiness 
questions,  which  then  determines  the  overall  branch  score  on  a  project  specific  level.  If  a  project  is 
ready  to  implemented  the  project  will  receive  an  elevated  score.  Alternatively,  if  project  readiness 
information  was  not  completed  or  indicates  that  a  project  is  not  ready  for  implementation  owing  to 
outstanding  legislative,  regulatory  or  procedural  requirements,  the  project  will  be  penalised  with  a 
lower  branch  score.  Refer  to 

Table  1-1  for  the  input  variables  and  mathematical  operator  used  to  calculate  the  implementation 
readiness  component.  Figure  1-3  below  indicates  the  structure  of  the  implementation  readiness 
branch. 
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Figure  1-3:  Implementation  Readiness  Structure 
Table  1-1:  Implementation  Readiness 


Category 

Description 

Definition 

The  project  readiness  criteria  seek  to  determine  whether  a  project  will  be  in  a  position  to 
spend  the  allocated  budget  within  the  financial  year  in  which  the  budget  is  requested.  In 
other  words,  if  a  project  still  needs  a  Record  of  Decision  (ROD)  on  an  Environmental  Impact 
Assessment  once  the  project  budget  has  been  awarded  to  the  project,  it  may  take  between 

6-8  months  for  the  record  of  decision  to  be  finalised.  Therefore,  the  project  will  only 
realistically  be  able  to  start  during  the  2nd  or  3rd  quarter  of  the  financial  year.  Projects  with 
outstanding  project  readiness  criteria  are  therefore  penalised  over  projects  that  have  all 
compliance  documentation  and  approvals  in  place. 
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Category 

Description 

Branch  Weight 

Implementation  Readiness  ->  10% 

Input  Variables 

A  number  of  project  readiness  question  categories  are  required  to  be  filled  in  for  each 
project,  namely: 

•  Feasibility  study 

•  Environmental  Impact  Assessment  (EIA) 

•  Water  use  license  (WULA) 

•  Way-leaves 

•  Township  establishment 

•  Rezoning 

•  Site  development  plan 

•  Land  acquisition 

•  Ownership  status 

•  Materials  availability 

•  Supply  chain  /  procurement 

•  Project  readiness  comment  /  motivation 

•  Geotechnical  Study 

Evidence  of  completion  or  compliance  to  any  of  these  project  readiness  categories  required 
documentation  to  be  uploaded  to  the  system  as  proof. 

Process 

The  readiness  score  of  a  project  is  calculated  as  the  minimum  score  achieved  across  all 
project  readiness  questions.  Each  of  the  project  readiness  categories  allow  for  a  standard  set 
of  responses,  namely: 

•  Duration  of  time  to  meet  compliance:  <  2  months  =  100 

•  Duration  of  time  to  meet  compliance:  2  -  4  months  =  90 

•  Duration  of  time  to  meet  compliance:  4  -  6  months  =  80 
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Category 

Description 

•  Duration  of  time  to  meet  compliance:  6  -  8  months  =  50 

•  Duration  of  time  to  meet  compliance:  8  - 10  months  =  30 

•  Duration  of  time  to  meet  compliance:  10  - 12  months  =  10 

•  Duration  of  time  to  meet  compliance:  >  12  months  =  0 

•  Duration  of  time  to  meet  compliance:  Completed  =  100 

•  Duration  of  time  to  meet  compliance:  Not  applicable  =  100 

An  example  of  the  question  categories  and  drop-down  selections  on  the  system  is  shown 
below: 

Project  Readiness 

Completed 

<  2  months 

eia  2-4  months 

4-6  months 

Water  use  license  (WULA)  6 ' 8  months 

8-10  months 

10  - 12  months 

Way  leaves  >  12  months 

Mathematical  Operator 

Minimum  value  achieved  bv  the  project  achieved  across  all  branches  is  passed  through  to 
the  parent  scoring  branch.  This  is  because  project  readiness  is  a  compliance  or  governance 
test,  so  if  for  example  and  EIA  is  still  required,  the  score  of  the  project  should  be  penalised, 
hence  the  minimum  value  is  carried  over. 

1.5.2  CPM  Criteria 

The  CPM  organisational  alignment  criteria  will  be  discussed  in  more  detail  under  the  five  (5)  thematic 
categories  or  goals,  namely: 

•  Strategic  alignment 

•  Spatial  alignment 

•  Financial  alignment 

•  Economic  alignment 

•  Technical  alignment 

1.5.2. 1  Strategic  Alignment 

The  strategic  alignment  goal  or  theme  of  the  CPM  evaluates  the  degree  to  which  projects  in  the 
municipal  capital  budget  aligns  with  the  organisational  policy  and  developmental  objectives  as  well  as 
strategic  outcomes  set  out  in  various  strategic  documents  of  the  municipality,  as  well  as  provincial 
and  national  government.  The  strategic  alignment  branch  has  been  formulated  to  conform  to  the 
strategic  pillars  of  the  city,  as  set  out  in  the  2017-  2021  Integrated  Development  Plan  (IDP).  Each  sub¬ 
branch  has  been  designed  to  include  a  set  of  elements  which  aim  to  achieve  the  objectives  for  each 
of  the  strategic  pillars.  The  five  (5)  strategic  pillars  include: 

•  A  City  that  facilitates  economic  growth  and  job  creation; 

•  A  City  that  cares  for  residents  and  promotes  inclusivity; 

•  A  City  that  delivers  excellent  services  and  protects  the  environment; 

•  A  City  that  keeps  residents  safe,  and; 

•  A  City  that  is  open,  honest  and  responsive. 

The  structure  of  the  strategic  alignment  branch  is  displayed  in  Figure  1-4  below. 
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Figure  1-4:  Strategic  Alignment 


1.5.2. 1.1  Strategic  Pillar  1  (Economic  Growth  and  lob  Creation)  Alignment 

1.5. 2. 1.1.1  Economic  Growth 

The  criteria  which  forms  part  of  the  following  branches  have  been  described  in  Section  1.5. 2. 4,  which 
forms  part  of  the  economic  section  of  the  CPM: 

•  Number  of  Beneficiaries,  refer  to  Table  1-36:  Number  of  Beneficiaries 

•  Economic  Activity  (Income)  in  terms  of  Gross  Domestic  Product  (GDP),  refer  to  Table  1-33: 
Economic  Activity  (Income)  in  terms  of  Gross  Domestic  Product  (GDP) 

•  Production  Output  in  terms  of  Gross  Value  Added  (GVA  at  basic  prices),  refer  to  Table  1-39: 
Production  Output  -  Gross  Value  Addition  (GVA) 

•  Income-expenditure  ratio,  refer  to  Table  1-38:  Income-expenditure  ratio 

•  Operational  Expenditure  as  percentage  of  GDP,  refer  to  Table  1-30:  Operational  expenditure 
as  %  of  GDP 

1.5. 2. 1.1. 2  Job  Creation 

The  criteria  which  forms  part  of  the  following  branches  have  been  described  in  Section  1.5. 2. 4, 
which  forms  part  of  the  economic  section  of  the  CPM: 

•  Job  Creation  (Opportunities),  refer  to  Table  1-37:  Job  Creation  (Opportunities) 

•  Income  per  capita,  refer  to  Table  1-34:  Income  per  capita 

•  Employment  (Job  Absorption),  refer  to  Table  1-40:  Employment  (Job  Absorption) 

1.5. 2. 1.1. 3  Strategic  Pillar  1  Selection 

Table  1-2:  Strategic  Pillar  1  -  A  City  that  facilitates  economic  growth  and  job  creation 


Category 

Description 

Definition 

The  strategic  outcomes  matrix  measures  the  alignment  of  a  project  to  the  various  strategic 
outcomes  pronounced  on  through  the  different  spheres  of  government.  Strategic  pillars  fall 
within  the  municipal  sphere  and  forms  an  integral  part  of  the  IDP.  The  five  (5)  strategic  pillars 
guide  the  development  plans  for  2017/21  and  is  focused  towards  improved  quality  of  life  for  all 
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Category 


Description 


citizens.  Strategic  Pillar  1  -  "A  City  that  facilitates  economic  growth  and  job  creation"  aligns  to  the 
following  priorities: 

•  Attracting  investment  and  encouraging  growth; 

•  Revitalising  and  supporting  Tshwane's  entrepreneurs; 

•  Empowering  individuals  to  take  advantage  of  opportunities; 

•  Infrastructure-led  growth,  and; 

•  Encouraging  tourism  and  recreation. 


Branch  Weight 


20% 


Input  Variables 


The  strategic  outcomes  matrix  should  be  populated  for  each  project  using  the  Strategic 
Outcomes  Matrix  (shown  below): 

Q  e*ck  Technical  information 

General  QrGaniS&liOfi  Pi^sa  CGVUttlS  PrOjttl  Scopt  SWItjpC  {kilDbmrS  Out ilipn*  «iS*  Emfnal  RfHeruvet* 


Sliite^iiC  OuEctfsmes  Wild  Nfredi  Ward  Cam rlxfci'iES  Climate  RfriipbitSiYirttrttS  £  RSSilliajTCt'  Sustainable  DfrrtldpmertE  Gdali 


National  Key 
Performance 
Areas  {NKPA) 


Manorial  Key 
Peffownsucii 
Areas  NflE 
Applicable 

1  B*s*eSeruici 
Delivery 

2.  Local 

EttmGrt'iie 

DevetepmHii 

-tu- 


Governance  and 
Public 

Flafl:«i|H(ign 

4.  Municipal 
IhfilrLuliiiii-al 
Development 
and 

Transformation 


National  Development  Plan 

National  Development  Flan  Not  Applicable 
Outcome  li.  Imprav*  quality  of  basic 


Outcome  7  A  lnr*g:  and  health/  life'  f^r  all 
South  Africans 

Outcome  3  Ail  people  in  SmjIH  Africa  feel 


Outcome  4  Pocont  rmpfOymenl  lhrough 
Inclusive  economic  growth 

Outcome  5:  A  skilled  and  capable 

workforce  10  Support  inclusive  cjmv»-lh  path 

Outcome  ft:  An  elficienil,.  competitive  and 
responsive  economic  infrastmctere 
network 

Outcome  ?:  Vibrant  equitable  and 
suatvnable  rural  communities  with  f  ood 


National 

ILlDF 


[DDF  Not 
Applicable 

V  Spaual 
Inrt  eg  ration 

2  Inclusion 
end  access 


Provimcial 

Outcomes 

Provincial 

Applicable 

Urban  F«m 


Cancentreiion- 

infra-structure 


Connectivity  - 
Connectivity 


Sk  Municipal 
Financial 
Viability  and 
Management 


Outcome  B  Sustainable  human 
settlements  and  imporved  quality  of 
household  life 

Outcome  9:  A  Responsive,  accowitable 
effective  and  effieemt  loc  al  Bovenlmeul 


Conservation- 

Natural 

Resources 

5  Dwroily- 

Human 

Settlements 

b  Ventjilily- 

Space 

Economy 


Strategic  Pillars 

Strategic  Pillar  Not 
Applicable 

Strategic  Pillar  1  A  City 
that  facilitates  economic 
growth  and  job  creation 

Strategic  Pillar  2  A  City 
that  cares  for  residents 
and  promotes  inolusivily 

Strategic  Pillar  3.  A  City 
thal  delivers  excellenl 
services  and  protects  the 

environment 

Strategic  Pillar  4  A  City 
that  Keeps  residents  safe 

Strategic  Pillar  5:  A  City 
that  Is  open,  honest  and 
responsive 


Municipal 
Priority  Not 
Applicable 

Building  a 
capable  city 
gpverrinscrtt 

Communicaimg 
regularly  and 
effect  tvefy  with 
residenia 

Etgbllng 

corruption 


71  % 


Process 


The  input  variable  for  the  "Strategic  Pillar  1"  branch  of  the  model  is  based  on  whether  a  user  has 
selected  this  specific  pillar  as  part  of  the  strategic  outcomes  matrix.  Once  Strategic  Pillar  1  is 
selected  as  relevant  to  a  project,  that  project  will  receive  a  score  based  on  the  branch  weight. 


Mathematical 

Operator 


Score  value  derived  from  a  true  or  false  test. 

•  If  a  project  has  selected  "Strategic  Pillar  1"  (true)  value  =  100 

•  If  "Strategic  Pillar  1"  has  not  been  selected  (false)  value  =  0. 


1.5. 2. 1.1.4  Strategic  Pillar  1  Sector  Specification 

Table  1-3:  Economic  Development 


Category 

Description 

Definition 

The  purpose  of  sector  specification  is  to  elevate  project  scores  for  projects  implemented  by 
departments  focused  within  the  economic  development  space.  The  identification  of  projects 
within  the  economic  space  aims  to  address  and  achieve  the  objectives  established  for 
"Strategic  Pillar  1".  Only  projects  from  the  corresponding  sector  departments  can  score  for 
this  specific  branch  and  includes  Economic  Development  and  Spatial  Planning  and  Tshwane 
Economic  Development  Agency. 

Branch  Weight 

10% 
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Category 

Description 

Input  Variables 

The  implementing  department  forms  the  scoring  criteria  for  this  particular  branch.  Thus,  if  a 
project  is  tagged  as  being  implemented  by  a  specific  department,  which  corresponds  with 
the  mathematical  operator,  the  project  will  receive  the  branch  score. 

Process 

During  project  capturing,  users  tag  the  implementing  department  for  each  project.  If  the 
tagged  implementing  department  corresponds  with  the  mathematical  operator,  the  project 
will  receive  the  branch  score. 

Mathematical  Operator 

Score  value  derived  from  a  true  or  false  test. 

If  a  project  has  selected  "Economic  Development  and  Spatial  Planning"  or  "Tshwane 

Economic  Development  Agency",  value  =  100. 

1.5. 2. 1.2  Strategic  Pillar  2  (Resident  Care  and  Inclusivity)  Alignment 
1.5.2. 1.2.1  Housing  Provision 

Table  1-4:  Targeted  Housing  Typologies 


Category 

Description 

Definition 

TOD  precincts  have  been  defined  in  the  IRPTN  plan  in  order  to  identify  a  hierarchy  of 
investment  priority  areas  towards  densification  and  mixed-use  investments.  TOD 
precincts  are  used  to  prioritise  mixed-use  high-density  housing  developments. 

Branch  Weight 

The  different  TOD  phases  have  been  weighed  differently  based  on  the  anticipated 
implementation  phasing,  therefore  projects  focussing  on  implementing  a  precinct 
associated  with  early  implementation  phases  of  the  IRPTN  will  receive  elevated  score.  The 
following  weighting  applies: 

•  Phase  la  TOD  =100% 

•  Phase  lb  TOD  =  75% 

•  Phase  lc  TOD  =  50% 

•  Phase  Id  TOD  =  40% 

•  Phase  le  TOD  =  25% 

•  Phase  If  TOD  =  15% 

Input  Variables 

Housing  and  Human  Settlements  projects  are  pre-filtered  during  this  scoring  test  so  that 
housing  project  works  locations  are  used  as  the  input  to  test  the  geographic  priority  area 
score  of  each  project  based  on  the  IRPTN  TOD  shapefile  provided  by  the  municipality.  A 
score  is  returned  based  on  the  spatial  intersect  between  project  works  location  and 

IRPTN  TOD  shapefile. 

Process 

The  IRPTN  TODs  for  the  municipality  is  shown  below.  If  a  the  spatial  intersect  returns 
more  than  one  IRPTN  TOD  area  intersecting  with  a  project  works  location,  then  the 
maximum  score  between  the  intersects  is  passed  to  the  parent  branch. 
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Category 


Description 


Mathematical  Operator 


Maximum  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 


|  Phase  la  ToD 
Phase  IbToD 
_J  Phase  1c  ToD 
Phase  Id  ToD 
Phase  1e  ToD 
Phase  If  ToD 


Table  1-5:  Housing  Projects 


Category 

Description 

Definition 

The  provision  of  affordable  quality  housing  stock  across  a  range  of  housing  typologies  and 
tenure  options  is  a  key  focus  for  the  City  of  Tshwane.  Therefore,  given  the  focus  on 
providing  new  housing  stock,  the  "Housing  and  Human  Settlement"  department  is  given 
additional  priority  based  on  the  fact  that  they  are  responsible  for  meeting  the  housing 
stick  mandate  of  the  municipality 

Branch  Weight 

20% 

Input  Variables 

Housing  and  Human  Settlements  projects  are  pre-filtered  during  this  scoring  test  so  that 
only  housing  projects  receive  elevated  score  during  this  test. 

Process 

All  housing  and  human  settlements  project  receive  additional  score  based  on  their 
alignment  with  the  city's  mandate  of  housing  stock  provision. 

Mathematical  Operator 

Maximum  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 

1.5.2. 1.2.2  Social  Vulnerability  Assessment 

Table  1-6:  Social  Vulnerability  Index 


Category 

Description 

Definition 

The  Social  Vulnerability  Assessment  for  the  City  of  Tshwane,  conducted  by  South  African 
Cities  for  the  CSU,  identified  areas  of  vulnerability  regarding  social,  health  and 
environmental  factors.  The  index  was  designed  to  delineate  areas  of  vulnerability  for  each 
of  the  regions  and  indicates  social  vulnerability  to  coping  capacity.  The  indicators  were 
calculated  based  on  the  following  risk  factors  (South  African  Cities  Network,  2014): 

•  Loss  of  ecosystem  goods  and  services; 

•  Increase  in  energy  demand; 

•  Increase  in  diseases  affecting  human  and  animal  health; 

•  Damage  to  public  Infrastructure; 

•  Water  insecurity; 

•  Flooding  and  damage  to  human  settlements  and  private  property; 
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Category 


Description 


•  Increase  in  sinkholes  in  dolomite  areas,  and; 


Branch  Weight 
Input  Variables 


Process 


•  Decrease  in  productivity  of  agro-ecosystems  affecting  food  security. 

35% 

Project  works  location  is  used  as  the  input  to  test  the  social  vulnerability  index  score  for 
each  project,  based  on  the  spatial  intersect/relationship  between  project  works  location 
and  the  social  vulnerability  index  shapefile. 

The  Social  Vulnerability  Index  (SVI)  for  the  municipality  is  shown  below.  The  index  has 
been  divided  into  five  (5)  categories,  per  Census  2011  sub-place  level,  namely: 


Very  Low  (20) 
Low  (40) 
Vulnerable  (60) 
High  (80) 


Very  High  (100) 


Mathematical  Operator 


The  warmer  the  area  (i.e.  dark  red)  the  higher  the  social  vulnerability.  Projects  with  works 
locations  overlapping  or  intersecting  areas  with  high  levels  of  vulnerability,  will  receive 
elevated  scores.  Projects  located  within  these  areas  are  assumed  as  projects  addressing 
the  risks  listed  above. 

Maximum  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 


1.5.2. 1.2.3  Strategic  Pillar  2  Selection 

Table  1-7:  Strategic  Pillar  2  -  A  City  that  cares  for  residents  and  promotes  inclusivity 


Category 

Description 

Definition 

The  strategic  outcomes  matrix  measures  the  alignment  of  a  project  to  the  various  strategic 
outcomes  pronounced  on  through  the  different  spheres  of  government.  Strategic  pillars  fall 
within  the  municipal  sphere  and  forms  an  integral  part  of  the  IDP.  The  five  (5)  Strategic  Pillars 
guide  the  development  plans  for  2017/21  and  is  focused  towards  improved  quality  of  life  for  all 
citizens.  Strategic  Pillar  2  -  "A  City  that  cares  for  residents  and  promotes  inclusivity"  aligns  to  the 
following  priorities: 

•  Upgrading  informal  settlements; 

•  Supporting  vulnerable  residents; 
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Category 


Description 


Building  integrated  communities; 

Promoting  safe,  reliable  and  affordable  public  transportation,  and; 
Improving  access  to  public  healthcare  services. 


Branch  Weight 


20% 


Input  Variables 


The  strategic  outcomes  matrix  should  be  populated  for  each  project  using  the  Strategic 
Outcomes  Matrix  (shown  below): 

Q  totk  Technical  Information 

General  Organteatton  Emit*  p**»«t  Covuwts  Prajea  Scope  switg*  <hhoc4w«$  Quezon*  fiisfc  aegisi*  Ettaiml  n*ftmK*i 


SliiEmJjC  QuCtCtfrttfS  Wild  Me«ds  Ward  Cdfttnitrtlfi  ClirrtSltftfripbufiivinthfcS  £  Refill  liiilie  EufiCiiniLk  Dfritldpm&rt?  Goals 


National  Key 
Performance 
Areas  {NKPA) 

►F-alional  Key 

Arfras  NOE 
Applio-Bbie 

1  Basic  Ssrvicr 
Delivery 

2.  Local 
ECCmOfnie 

Oevel&piTiwn 

(LEO) 


National  Development  Plan 

National  Development  Plan  NehI  Applle 


Outcome  1:  Improve  qualiiy  of  I 
education 


South  Africans 

Outcome  3'  All  people  in  Soclh  AFrica  feel 
safe 

Outcome  4  Decent  rmploymenl  Through 
Inclusive  economic  growth 

Outcome  5:  A  skilled  end  capable 
workforce  TO  Mifiporl  mcluciw  cjrawlli  full 


National 

IUDF 

Notiorlil 
IUDF  Not 
Applicable 

1.  Spanol 


Provincial 

Outcomes 

Provincial 

Applicable 

1  Liveohlny- 
II r ban  Form 


Participation 

4.  Municipal 


Development 

and 

TransformaCian 


5.  Municipal 

Viability  and 
Management 


Outcome  ft:  An  efficient,  competitive  and 
responsive  economic  mfrastnicture 
nttwork 

Outcome  ?:  Vibfarrt,  equitable  and 
s-u sto  nable  rural  communities  with  Food 


Outcome  ft.  Sustainable  human 
settlements  and  irppcrved  quality  of 
household  life 

Outcome  9:  A  Responsive,  accountable 
effective  sod  cffieetmt  local  ■gmenlinent 


Conservation’ 

Resources 


Strategic  Pillars 

Strategic  Pillar  Not 
Applicable 

Strategic  Pillar  1  ACiiy 
that  facilitates  economic 
growth  and  job  creation 

Strategic  Pillar  2:  A  City 
that  cares  for  residents 
and  promotes  inclireivity 

Strategic  Pillar  S:  A  City 
that  delivers  excelled! 
servkes  end  protects  The 

envirpuineril 

Strategic  Pillar  4:  A  City 
that  Aeeps  residents  safe 

Slnlegic  Pillar  5:  A  Glly 
That  la  open,  henesi  and 
responsive 


Priorities 

Municipal 
Priority  Hot 
Applicable 

Building  a 
capable  city 

rjC'V-rrnmivnr 

Comnwnlcatuig 
regularly  and 
Effectively  with 


Figfillng 

corruption 


71  % 


Process 


The  input  variable  for  the  "Strategic  Pillar  2"  branch  of  the  model  is  based  on  whether  a  user  has 
selected  this  specific  pillar  as  part  of  the  strategic  outcomes  matrix.  Once  Strategic  Pillar  2  is 
selected  as  relevant  to  a  project,  that  project  will  receive  a  score  based  on  the  branch  weight. 


Mathematical 

Operator 


Score  value  derived  from  a  true  or  false  test. 

•  If  a  project  has  selected  "Strategic  Pillar  2"  (true)  value  =  100 

•  If  "Strategic  Pillar  2"  has  not  been  selected  (false)  value  =  0. 


1.5.2. 1.2.4  Strategic  Pillar  2  Sector  Specification 

Table  1-8:  Community  and  Social  Focus 


Category 

Description 

Definition 

The  purpose  of  sector  specification  is  to  elevate  project  scores  for  projects  implemented  by 
departments  focused  within  the  community,  social  and  housing  space.  The  identification  of 
projects  within  the  social  and  community  space  aims  to  address  and  achieve  Strategic  Pillar 

2.  Only  projects  from  the  corresponding  sector  departments  can  score  for  this  specific 
branch  and  includes  "Social  Development,  Sports  Recreation  and  Infrastructure 

Development",  "Housing  Company  Tshwane"  and  "Housing  and  Human  Settlements". 

Branch  Weight 

10% 

Input  Variables 

The  implementing  department  forms  the  scoring  criteria  for  this  particular  branch.  Thus,  if  a 
project  is  tagged  as  being  implemented  by  a  specific  department,  which  corresponds  with 
the  mathematical  operator,  the  project  will  receive  the  branch  score. 

Process 

During  project  capturing,  users  tag  the  implementing  department  for  each  project.  If  the 
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Category 

Description 

tagged  implementing  department  corresponds  with  the  mathematical  operator,  the  project 
will  receive  the  branch  score. 

Mathematical  Operator 

Score  value  derived  from  a  true  or  false  test. 

If  a  project  has  selected  "Social  Development";  "Sports,  Recreation  and  Infrastructure 
Development";  "Housing  Company  Tshwane"  or  "Housing  and  Human  Settlements",  value  = 
100. 

1.5. 2. 1.3  Strategic  Pillar  3  (Service  Delivery  and  the  Environment)  Alignment 

1.5.2. 1.3.1  Strategic  Pillar  3  Selection 


Table  1-9:  Strategic  Pillar  3  -  A  City  that  delivers  excellent  services  and  protects  the  environment 


Category 


Definition 


Description 


The  strategic  outcomes  matrix  measures  the  alignment  of  a  project  to  the  various  strategic 
outcomes  pronounced  on  through  the  different  spheres  of  government.  Strategic  Pillars  fall 
within  the  municipal  sphere  and  forms  an  integral  part  of  the  IDP.  The  five  (5)  Strategic  Pillars 
guide  the  development  plans  for  2017/21  and  is  focused  towards  improved  quality  of  life  for  all 
citizens.  Strategic  Pillar  3  -  "A  City  that  delivers  excellent  services  and  protects  the  environment " 
aligns  to  the  following  priorities: 

•  Delivering  high-quality  services; 

•  Safeguarding  water  and  energy  security  and  protecting  the  natural  environment,  and; 

•  Ensuring  agriculture  and  rural  development. 


Branch  Weight 


20% 


Input  Variables 


The  strategic  outcomes  matrix  should  be  populated  for  each  project  using  the  Strategic 
Outcomes  Matrix  (shown  below): 

Q  ewk  Technical  Information 

Emit*  Prdjttl  Stop*  Swift*  QulD0mr$  QWHlon*  FiiS*  EXttmal  flftatnttl 


SLiiCfcgtC  QuttimtfS  Wild  Nc^dS  Ward  Cam rutrtES  ClimateRfripGAiirtrttrtfii  &  RejilliMTCt  SufiCainjLIt;  Dfritlapmtrtt  Goals 


National  Development  Plan 

National  Development  Plan  Not  Applicable 
Outcome  1 .  Improve  quality  of  ba&ic 

Outcome  £  A  long  and  heahhy  lire  f<*  all 


National 

IUDF 


I  DDF  NOE 
Applicable 


Outcome  5  A  skilled  and  capable 


b:  Ac  efficient,  competitive  a 


Outcome  ?;  Vibrant,  equitnWe  and 

e  rural  communities  witfif™ 


Outcome  &:  Sustainable  human 
settlements  and  Involved  quality  of 


Priorities 

Municipal 


Building  a 
capable- cl 


Comnvunleafing 
regularly  and 


resident?. 

fifliiimg 


Space 


Outcome  9:  A  Responsive.  accountable 
effective  aod  efficetrrt  local  povenlnTenl 


71  % 


Process 


The  input  variable  for  the  "Strategic  Pillar  3"  branch  of  the  model  is  based  on  whether  a  user  has 
selected  this  specific  pillar  as  part  of  the  strategic  outcomes  matrix.  Once  Strategic  Pillar  3  is 
selected  as  relevant  to  a  project,  that  project  will  receive  a  score  based  on  the  branch  weight. 


Mathematical 


Score  value  derived  from  a  true  or  false  test. 
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Category 

Description 

Operator 

•  If  a  project  has  selected  "Strategic  Pillar  3"  (true)  value  =  100 

•  If  "Strategic  Pillar  3"  has  not  been  selected  (false)  value  =  0. 

1.5. 2. 1.3. 2  Service  Delivery 
Table  1-10:  Deprivation  Areas 


Category 

Description 

Definition 

Deprivation  Index  was  prepared  for  the  city,  which  serves  to  elevate  project  scores  which 
impact  underserviced  areas  as  described  in  the  National  Treasury  UNS.  The  Deprivation 

Index  is  a  spatial  layer  calculated  from  Statistics  South  Africa  data  at  small  area  level  from 
the  Census  2011  data,  which  provides  an  indication  of  the  level  of  impoverishment  or  lack 
of  access  to  basic  services  across  the  municipality.  The  Deprivation  Index  considers  the 
following  indicators: 

•  Household  Income  (25%) 

•  Household  Size  (5%) 

•  Household  Dwelling  Type  (5%) 

•  Household  Cooking  (10%) 

•  Household  Heat  (5%) 

•  Household  Light  (5%) 

•  Household  Piped  Water  (20%) 

•  Household  Toilet  (20%) 

•  Household  Refuse  Disposal  (5%) 

Branch  Weight 

50% 

Input  Variables 

Project  works  location  is  used  as  the  input  to  test  the  deprivation  index  score  of  each 
project  based  on  the  deprivation  layer  or  area  returned,  following  a  spatial  intersect 
calculation  between  project  works  location  and  the  deprivation  index  shapefile. 

Process 

The  Deprivation  Index  for  municipality  is  shown  below.  The  warmer  the  area  (i.e.  dark  red) 
the  higher  the  deprivation  index  value  and  consequently  the  level  of  poverty  or  lack  of 
access  to  basic  services.  Projects  with  works  locations  overlapping  or  intersecting  with 
areas  with  low  levels  of  service  delivery  will  receive  elevated  score. 
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Category  Description 


0-10 

10-20 

20-30 

30-40 

40-50 

50-60 

60-70 

70-80 

80-90 

90-100 


Mathematical  Operator 

Maximum  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 

Table  1-11:  Focus  on  Basic  Infrastructure 

Category 

Description 

Definition 

The  purpose  of  the  sector  maps  or  infrastructure  hotspot  maps  is  to  elevate  project  scores 
for  infrastructure  departments  for  infrastructure  projects,  by  sector,  which  respond  to 
sectoral  infrastructure  pressure  points  or  demands.  Only  projects  from  the  corresponding 
sector  department  can  score  on  the  corresponding  sectoral  spatial  layer  (i.e.  a  water  project 
cannot  score  on  an  electricity  hotspot  layer,  however  it  will  score  on  a  water  hotspot  layer). 

Branch  Weight 

Departmental  Hotspot  Maps  ->  50% 

Input  Variables 

Project  works  location  is  used  as  the  input  to  test  the  alignment  of  each  project,  provided  it 
belongs  to  the  corresponding  sector  or  department,  with  the  sector  map  or  department 
infrastructure  hotspot  map  shapefile  provided  by  the  municipality.  A  score  is  returned  based 
on  the  spatial  intersect  between  project  works  location  and  sector  /  infrastructure  hotspot 
shapefile. 

Process 

The  following  sector  or  departmental  infrastructure  hotspot  maps  have  been  created  based 
on  Statistics  South  Africa  Census  2011  information  at  a  small  area  level  and  the 
corresponding  scoring  layers  are  as  follows: 

•  Water  and  Sanitation 

•  Energy 

A  typical  example  of  a  electricity  sector  or  departmental  infrastructure  hotspot  map  is 
shown  below: 
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1.5.2. 1.3.3  Climate  Change  Mainstreaming 

Table  1-12:  Environmental  Project 


Category 

Description 

Definition 

Sustainability,  environmental  protection  and  climate  resilience  are  key  focus  areas  for  the 
City  of  Tshwane  given  that  the  city  is  a  signatory  to  the  C40  Cities  of  the  world.  C40  is  a 
network  of  the  world's  megacities  committed  to  addressing  climate  change.  C40  supports 
cities  to  collaborate  effectively,  share  knowledge  and  drive  meaningful,  measurable  and 
sustainable  action  on  climate  change. 

Therefore,  given  the  focus  on  environmental  protection  and  sustainability,  the 
"Environmental  Management"  department  is  given  additional  priority  based  on  the  fact 
that  they  are  responsible  for  meeting  the  sustainability,  environmental  protection  and 
climate  resilience  mandate  of  the  municipality. 

Branch  Weight 

20% 

Input  Variables 

Environmental  Management  projects  are  pre-filtered  during  this  scoring  test  so  that  only 
environmental  projects  receive  elevated  score  during  this  test. 

Process 

All  environmental  management  projects  receive  additional  score  based  on  their 
alignment  with  the  city's  mandate  of  sustainability,  environmental  protection  and  climate 
resilience. 

22 


CITY  OF 

TSHWANE 

IGNITING  EXCELLENCE 


The  City  of  Tshwane 
2019/20  Built  Environment  Performance  Plan 
Addendum  B 


Category 

Description 

Mathematical  Operator 

Maximum  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 

Table  1-13:  Climate  Resilience  and  Responsiveness 

Category 

Description 

Definition 


The  Climate  Resilience  and  Responsiveness  (CR&R)  strategic  outcomes  matrix  measures 
the  alignment  of  a  project  to  the  various  Climate  Change  focus  areas  pronounced  through 
different  spheres  of  government.  These  outcomes  have  been  based  on  adaptation  and 
mitigation  measures  identified  from  an  International  level  down  to  a  municipal  level,  with 
the  goal  of  reducing  carbon  emissions  and  reaching  the  global  warming  reduction  target 
as  set  out  through  the  Paris  Agreement.  The  following  strategic  principles  informed  the 
CR&R  strategic  outcomes  matrix: 

•  International:  The  Paris  Agreement; 

•  National:  National  Climate  Change  Response  White  Paper  (2011); 

•  Provincial:  Gauteng  Climate  Change  Response  Strategy  (2011),  and; 

•  Municipal:  City  of  Tshwane  Climate  Response  Strategy. 

Although  the  CR&R  strategic  outcomes  matrix  measures  targets  from  different  spheres  of 
government,  only  the  Municipal  Climate  Response  Interventions  have  been  included.  The 
documents  referred  to  above  have  been  incorporated  into  the  identification  of  the  ten 
(10)  intervention  areas. 


Branch  Weight 


40% 


Input  Variables 


The  CR&R  strategic  outcomes  matrix  should  be  populated  for  each  project  using  the 
Strategic  Outcomes  Matrix  (shown  below): 

Back  Technical  Information 


General  Organisation  Entity  Protect  Contacts  Protect  Scope  Strategic  Outcomes  Questions  Risk  Register  External  References 


Strategic  Outcomes  Ward  Needs  Ward  Comments  Climate  Responswenenss  &  Resilience  Sustainable  Development  Goals 


National  Climate  Change 
Response  Strategy 
Principles 


Gauteng 

Climate 

Strategy 

Objectives 


Gauteng 

Climate 

Strategy 

Disciplines 


Gauteng  Climate 
Strategy  Actions 


Finance  Flows  consistent 
towards  low  greenhouse  gas 
emissions  and  climate- 


Centre  (CIC)  in 
Gauteng 


women,  children,  elderly 
and  the  disabled! 


Climate  Change 
Response  Interventions 


an  Integrated  approach  to 
watar  management  In  the 


Process 


Given  that  the  Municipal  Climate  Response  Strategy  do  not  have  different  weights  of 
importance  assigned  to  each  of  the  ten  (10)  interventions,  projects  have  been  scored 
equally.  Thus,  if  a  project  selected  1  or  more  of  the  10  interventions,  that  specific  project 
will  receive  an  elevated  score  irrespective  of  which  intervention  was  selected. 


Mathematical  Operator 


Score  value  derived  from  true  or  false  test.  If  a  project  has  been  tagged  with  one  or  more 
of  the  10  interventions,  value  =  100. 
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Category 


Description 


Definition 


The  Sustainable  Development  Goals  (SDG's)  builds  on  the  Millennium  Development  Goals 
(MDGs)  that  were  set  for  2015  and  includes  the  concept  of  more  radical  transformation 
of  countries  to  achieve  a  set  of  17  Sustainability  Goals.  The  primary  objective  of  these 
goals  is  to  provide  guidance  in  terms  of  service  delivery  and  to  eradicate  poverty.  The  SDG 
strategic  outcomes  matrix  measures  the  alignment  of  a  project  to  the  various  goals 
pronounced  at  the  United  Nations  Summit  in  2015,  whereby  countries  from  across  the 
globe  adopted  the  2030  Agenda  for  Sustainable  Development.  The  goals  that  were  set  is 
illustrated  below  (United  Nations  -  UN  2016). 
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DEVELOPMENT 

GOALS 


Branch  Weight 


40% 


Input  Variables 


The  UN  SDG's  strategic  outcomes  matrix  should  be  populated  for  each  project  using  the 
Strategic  Outcomes  Matrix  (shown  below): 


Technical  Information 


G*n#r»l  Organisation  Entrty  Project  Contacts  Project  Scop*  Strategic  Outcome*  Question*  Ri*k  Register  Ertemal  Reference* 


Strategic  Outcomes  Ward  Needs  Ward  Comments  Climate  Responsnrenenss  &  Resilience  Sustainable  Oevelopnient  Goals 


Process 


Mathematical  Operator 


Given  that  the  2030  Agenda  for  Sustainable  Development  do  not  have  different  weights 
of  importance  assigned  to  each  of  the  17  SDGs,  projects  have  been  scored  equally.  Thus, 
if  a  project  selected  1  or  more  of  the  17  goals,  that  specific  project  will  receive  an 
elevated  score  irrespective  of  which  goal  was  selected. 

Score  value  derived  from  true  or  false  test.  If  a  project  has  been  tagged  with  one  or  more 
of  the  17  goals,  value  =  100. 
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1.5. 2. 1.4  Strategic  Pillar  4  (A  city  that  keeps  residents  safe)  Alignment 
1.5.2. 1.4.1  Strategic  Pillar  4  Sector  Specification 


Table  1-15:  Community  Safety  Focus 


Category 

Description 

Definition 

The  purpose  of  sector  specification  is  to  elevate  project  scores  for  projects  implemented  by 
departments  focused  within  the  community  safety  space.  The  identification  of  projects 
within  community  health  and  safety  aims  to  address  and  achieve  Strategic  Pillar  4.  Only 
projects  from  the  corresponding  sector  departments  can  score  for  this  specific  branch  and 
includes  "Emergency  Services",  "Metro  Police  Services"  and  "Health  Services". 

Branch  Weight 

10% 

Input  Variables 

The  implementing  department  forms  the  scoring  criteria  for  this  particular  branch.  Thus,  if  a 
project  is  tagged  as  being  implemented  by  a  specific  department,  which  corresponds  with 
the  mathematical  operator,  the  project  will  receive  the  branch  score. 

Process 

During  project  capturing,  users  tag  the  implementing  department  for  each  project.  If  the 
tagged  implementing  department  corresponds  with  the  mathematical  operator,  the  project 
will  receive  the  branch  score. 

Mathematical  Operator 

Score  value  derived  from  a  true  or  false  test. 

If  a  project  has  selected  "Emergency  Services",  "Metro  Police  Services"  or  "Health  Services", 
value  =  100. 

1.5.2. 1.4.2  Safety  and  Security  Orientated  Portfolios 
Table  1-16:  Safety  and  Security  Orientated  Portfolios 


Category 

Description 

Definition 

The  key  objective  of  Strategic  Pillar  4  is  to  create  safe  communities  and  to  increase  metro 
police  and  law  enforcement  presence  within  strategic  areas.  A  portfolio  refers  to  a 
collection  of  projects  which  share  common  attributes  or  characteristics.  To  achieve  the 
objective  for  strategic  pillar  4,  projects  have  been  grouped  into  "safety"  and  "security" 
portfolios.  The  identification  criteria  used  to  create  these  portfolios  include  the  following: 

•  Projects  which  belong  to  either  Metro  Police  Services  or  Emergency  Services; 

•  Projects  which  aim  to  procure  or  upgrade  security  infrastructure,  and; 

•  Projects  which  focus  on  community  safety  provision. 

Branch  Weight 

70% 

Input  Variables 

The  portfolio  management  tool  allows  for  the  grouping  of  projects  into  various  portfolios.  If 
projects  have  been  classified  into  one  of  these  targeted  portfolios,  those  specific  projects 
will  receive  an  elevated  score. 
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Category 

Description 

Portfolios 

▼  ROC  Regional  Projects  Identified  (170) 

-  Safety  Orientated  Projects  {71} 

71297373B  -  Acquisition  of  Emergency  Services  Floor 

712969391  -  Alterations  to  Atterldgeville  Emergency  Services  Station 

712969389  -  Alterations  to  flosslyn  Emergency  Services  Station 

712973985  -  BELLE  OMBRE.  Supply  of  First  Aid  Box  and  Servicing  of  Fire  Extinguishers. 

1HS  -  Construction  of  a  New  Emergency  Services  Station  In  Culllnan 

IBS  -  Construction  of  a  Specialist  Emergency  Services  Training  Academy 

179-  Construction  of  New  Emergency  Services  Station  (Eapsfonleln) 

1  BO  -  Construction  of  New  Emergency  Services  Station  (Croblerstlel) 

712969388  -  Construction  of  New  Emergency  Sendees  Station  Carankuwa 

1  Hi  -  Construction  of  New  Emergency  Services  Station  in  De  Wagensdrlfl 

712969390  -  Construction  of  New  Emergency  Sendees  Station  Jabulani 

712967785  -  Construction  of  New  Emergency  Sendees  Station  Laezonia 

712967792  -  Construction  of  New  Emergency  Sendees  Station  Pyramid 

712967795  -  Construction  of  New  Emergency  Sendees  Station  Ftietvlel 

712967794  -  Construction  of  New  Emergency  Sendees  Station  Shere 

712969386  -  Construction  of  New  Emergency  Sendees  Station  Temba 

712967790  -  Construction  of  New  Emergency  Sendees  Station  Vlakfonteln 

712967789  -  Construction  of  New  Emergency  Sendees  Station  Vtflnterveld 

712969208  -  Construction  of  rescue  and  fire  fighting  training  facility  as  per  SACARS  requirements 

Process 

The  portfolio  management  tool  classifies  projects  into  targeted  portfolios.  If  the  portfolio  of 
projects  corresponds  with  the  mathematical  operator,  portfolio  specific  projects  will  receive 
the  branch  score. 

Mathematical  Operator 

Score  value  derived  from  a  true  or  false  test. 

If  a  project  belongs  to  either  the  "Safety  Orientated  Projects"  or  "Security  Orientated 

Projects"  portfolios,  value  =  100. 

1.5.2. 1.4.3  Strategic  Pillar  4  Selection 

Table  1-17:  Strategic  Pillar  4  -  A  City  that  keeps  residents  safe 


Category 

Description 

Definition 

The  strategic  outcomes  matrix  measures  the  alignment  of  a  project  to  the  various  strategic 
outcomes  pronounced  on  through  the  different  spheres  of  government.  Strategic  Pillars  fall 
within  the  municipal  sphere  and  forms  an  integral  part  of  the  IDP.  The  five  (5)  Strategic  Pillars 
guide  the  development  plans  for  2017/21  and  is  focused  towards  improved  quality  of  life  for  all 
citizens.  Strategic  Pillar  4  -  "A  City  that  keeps  residents  safe"  aligns  to  the  following  priorities: 

•  Creating  safe  communities; 

•  Addressing  drug  abuse,  and; 

•  Protecting  communities  from  disaster. 

Branch  Weight 

20% 

Input  Variables 

The  strategic  outcomes  matrix  should  be  populated  for  each  project  using  the  Strategic 

Outcomes  Matrix  (shown  below): 
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1.5. 2. 1.5  Strategic  Pillar  5  (A  City  that  is  open ,  honest  and  responsive)  Alignment 
1.5.2. 1.5.1  Strategic  Pillar  5  Selection 

Table  1-18:  Strategic  Pillar  5  -  A  City  that  is  open,  honest  and  responsive 


Category 

Description 

Definition 

The  strategic  outcomes  matrix  measures  the  alignment  of  a  project  to  the  various  strategic 
outcomes  pronounced  on  through  the  different  spheres  of  government.  Strategic  Pillars  fall 
within  the  municipal  sphere  and  forms  an  integral  part  of  the  IDP.  The  five  (5)  Strategic  Pillars 
guide  the  development  plans  for  2017/21  and  is  focused  towards  improved  quality  of  life  for  all 
citizens.  Strategic  Pillar  5  - "  A  City  that  is  open,  honest  and  responsive"  aligns  to  the  following 
priorities: 

•  Building  a  capable  city  government; 

•  Fighting  corruption,  and; 

•  Communicating  regularly  and  effectively  with  residents. 

Branch  Weight 

20% 

Input  Variables 

The  strategic  outcomes  matrix  should  be  populated  for  each  project  using  the  Strategic 

Outcomes  Matrix  (shown  below): 
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1.5. 2. 1.5. 2  Strategic  Pillar  5  Sector  Specification 
Table  1-19:  Good  Governance 


Category 

Description 

Definition 

The  purpose  of  sector  specification  is  to  elevate  project  scores  for  projects  implemented  by 
departments  focused  within  the  governance  space.  The  identification  of  projects  within 
governance  aims  to  address  and  achieve  Strategic  Pillar  5.  Only  projects  from  the 
corresponding  sector  departments  can  score  for  this  specific  branch  and  includes  the 
following: 

•  City  Manager; 

•  Customer  Relations  Management; 

•  Governance  and  Support  Services; 

•  Group  Financial  Services,  and; 

•  Group  Human  Capital  Management. 

Branch  Weight 

10% 

Input  Variables 

The  implementing  department  forms  the  scoring  criteria  for  this  particular  branch.  Thus,  if  a 
project  is  tagged  as  being  implemented  by  a  specific  department,  which  corresponds  with 
the  mathematical  operator,  the  project  will  receive  the  branch  score. 

Process 

During  project  capturing,  users  tag  the  implementing  department  for  each  project.  If  the 
tagged  implementing  department  corresponds  with  the  mathematical  operator,  the  project 
will  receive  the  branch  score. 
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Category 

Description 

Mathematical  Operator 

Score  value  derived  from  a  true  or  false  test. 

If  a  project  has  selected  either  one  of  the  departments  listed  above  as  the  implementing 
department,  value  =  100. 

1.5.2. 1.5.3  Top  3  priorities  per  ward 

Table  1-20:  Top  3  priorities  per  ward 


Category 

Description 

Definition 

During  the  2016/17  and  2017/18  IDP  formulation  process,  issues  were  raised  by  ward 
councillors  during  the  community  engagement  process.  These  issues  have  been  prioritised 
to  indicate  three  (3)  priority  issues  per  ward,  which  have  been  formalised  for  the  next  five 
(5)  years.  The  identification  of  projects  which  speak  to  these  ward  priorities  align  with  the 
aims  of  Strategic  Pillar  5.  A  portfolio  of  projects  which  address  the  top  three  (3)  ward 
priorities  have  been  identified  for  inclusion  into  the  model. 

Branch  Weight 

70% 

Input  Variables 

The  portfolio  management  tool  allows  for  the  grouping  of  projects  into  various  portfolios.  If 
projects  have  been  classified  into  one  of  these  targeted  portfolios,  those  specific  projects 
will  receive  an  elevated  score. 

A  Three  Needs  Per  Ward  (56) 

712973990  -  Danville  SSE  (lflS  Units) 

712973889  -  Internal  (toads  Ga-ftankuwra  Zone  4 

712973890-  Internal  Roads  Ga-Rankuwa  Zone  5 

7129741 73  -  Major  Stormwater  N  etwork  36  in  Veronica  Street,  Mom  ana 

7129741 08  -  Mamelodi  X6  stand  34041 

712973702  -  Nellmapus  Clinic  Dispensaries 

14  -  New  Eersterusl/Sllnkwater  m  ulti-purpose  sport  fad  lily 

712967836  -  New  Garankuwa  Zone  lE  Clinic 

712967383  -  OlleYenhoutbosch  X  27  -  roads  and  storm  water 

20  -  Overtoil! n  Library  and  office  space 

7129671 42  -  Saulsville  arena 

7129671 1 S  -  Signage  for  Skills  Centres 

712967837  -  upgrading  of  ftethabiseng  Clime 

712967436  -  Winterveldt  Ext  3  -  top  structures 

712967439-  Wintered!  Ext  3  -  land  management 

712974201  -  299_0l_(7l0l43K)  Upgrading  of  roads  and  stormwater  system m  Soshanguve  Block  M  Extension  Pliase  l 

712974202-  299_02_(7l  0143K)  Upgrading  of  roads  and  stormwater  system mSoshanguve  Block  M  Extension  Pliase  2 

712974203-  299_03_(7l  0143 K)  Upgrading  of  roads  and  stormwater  system m  Soshanguve  Block  M  Extension  Pliase  3 

7129691 98  -  71 29691 9 H_00_(7 1 1 663)  Internal  Ftoads  In  Spoorview 

712970843  -  71  297034  2_01_  Ward  1  03  Block  A 

712970850  -  71 297034  2_04_Ward  1 04  Block  E 

Process 

The  portfolio  management  tool  classifies  projects  into  targeted  portfolios.  If  the  portfolio  of 
projects  corresponds  with  the  mathematical  operator,  portfolio  specific  projects  will  receive 
the  branch  score. 

Mathematical  Operator 

Score  value  derived  from  a  true  or  false  test.  If  a  project  belongs  to  the  "Three  Needs  Per 
Ward"  portfolio,  value  =  100. 
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1.5. 2. 2  Spatial  Alignment 

The  spatial  alignment  goal  or  theme  of  the  prioritisation  model  evaluates  the  degree  to  which  projects 
in  the  municipal  capital  budget  aligns  with  the  SDF  and  other  spatial  targeting  objectives  set  out  in 
various  strategic  documents  of  the  municipality  (i.e.  I  DP,  RSDF,  BEPP,  CIF  etc.).  The  alignment  of 
projects  to  the  spatial  targeting  areas  of  the  municipality  are  scored  according  to  the  following  criteria: 

•  Public  Transport  Corridors; 
o  IRPTN  Corridors 

o  TOD  Precincts 

•  Urban  Cores; 

•  Specialised  Nodes; 

•  MSDF  Nodal  Hierarchy; 

•  BEPP  Economic  Development  Priority  Quadrants,  and; 

•  Technical  Backlogs  and  Pressure  Areas 

These  criteria  measured  under  these  sub-branches  seek  to  ensure  that  projects  within  the  municipal 
budget  align  with  the  spatial  structure  or  spatial  development  objectives  of  the  municipality. 
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Figure  1-5:  Spatial  Alignment 


The  criteria  which  forms  part  of  the  following  branches  have  been  described  in  previous  sections: 

•  Public  Transport  -  TOD  Precincts  were  used  as  a  proxy  for  calculating  Housing  Typologies 
described  in  Section  1.5.2. 1.2,  refer  to  Table  1-4:  Targeted  Housing  Typologies. 

•  Technical  Backlogs  and  Pressure  Areas  were  used  as  a  proxy  for  establishing  the  focus  on 
Basic  Infrastructure  described  in  Section  1.5. 2. 1.3,  refer  to  Table  1-11:  Focus  on  Basic 
Infrastructure. 
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Category 


Description 


Definition 

IRPT  corridors  have  been  defined  in  the  IRPTN  plan  in  order  to  identify  a  hierarchy  of 
investment  priority  areas  towards  densification  and  mixed-use  investments  along  public 
transport  routes.  Numerous  phases  for  the  IRPT  corridors  have  been  identified  based  on 
the  roll-out  phasing  of  the  IRPTN.  Projects  are  scored  based  on  their  spatial  intersect  with 
the  geographic  priority  areas. 

Branch  Weight 

The  different  IRPTN  corridor  phases  have  been  weighed  differently  based  on  the 
anticipated  implementation  phasing,  therefore  projects  focussing  on  implementing 
projects  along  IRPTN  corridors  associated  with  early  implementation  phases  of  the  IRPTN 
will  receive  elevated  score.  The  following  weighting  applies: 

•  IRPTN  Line  1=100% 

•  IRPTN  Line  2  =  80% 

•  IRPTN  Line  4  =  60% 

•  IRPTN  Line  3  =  40% 

•  IRPTN  Line  5  =  20% 

•  IRPTN  Lines  6  - 11  =  10% 

Input  Variables 

Project  works  location  is  used  as  the  input  to  test  the  geographic  priority  area  score  of 
each  project  based  on  the  IRPTN  Corridor  shapefile  provided  by  the  municipality.  A  score 
is  returned  based  on  the  spatial  intersect  between  project  works  location  and  IRPTN 
Corridor  shapefile. 

Process 

The  IRPTN  Corridor  for  the  municipality  is  shown  below.  If  a  the  spatial  intersect  returns 
more  than  one  IRPTN  Corridor  intersecting  with  a  project  works  location,  then  the 
maximum  score  between  the  intersects  is  passed  to  the  parent  branch. 
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|  j"  □  Une  09 

"  M^rand  —  -'*■■■  'L  f1* - V5 — J  "  J"  D  Une  10 
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Mathematical  Operator 

Maximum  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 

1.5. 2. 2. 2  Urban  Cores 

Table  1-22:  Urban  Cores 


Category 

Description 

Definition 

Urban  Cores  have  been  defined  in  the  MSDF  in  order  to  identify  investment  priority  areas 
for  capital  investments  to  redress  services  and  housing  backlogs  in  underserved  township 
areas.  The  Urban  Core  areas  relate  to  the  Underserved  Township  Areas  of  the  National 
Treasury  UNS.  Projects  are  scored  based  on  their  spatial  intersect  with  the  geographic 
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Category 


Description 


priority  areas. 

Branch  Weight 

The  Urban  Cores  have  been  weighed  differently  based  on  a  development  potential 
analysis  undertaken  during  the  Development  Intervention  Portfolios  (DIPs)  project  during 
2016.  Therefore,  projects  focussing  on  implementing  projects  within  Urban  Cores  with 
higher  development  potential  will  receive  elevated  score.  The  following  weighting 
applies: 

•  Mamelodi  =100% 

•  Soshanguve  =  70% 

•  Atteridgeville  and  Ga-Rankuwa  =  57% 

•  Olievenhoutbos  =  43% 

•  Winterveld  =  38% 

•  Refilwe  =  30% 

•  Cullinan,  Rayton  and  Temba  (Hammanskraal)  =  24% 

Input  Variables 

Project  works  location  is  used  as  the  input  to  test  the  geographic  priority  area  score  of 
each  project  based  on  the  Urban  Core  shapefile  provided  by  the  municipality.  A  score  is 
returned  based  on  the  spatial  intersect  between  project  works  location  and  Urban  Core 
shapefile. 

Process 

The  Urban  Cores  for  the  municipality  is  shown  below.  If  a  the  spatial  intersect  returns 
more  than  one  Urban  Core  intersecting  with  a  project  works  location,  then  the  maximum 
score  between  the  intersects  is  passed  to  the  parent  branch. 
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Mathematical  Operator 

Maximum  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 

1.5. 2. 2. 3  MSDF  Specialised  Nodes 

Table  1-23:  Specialised  Nodes 


Category 

Description 

Definition 

A  number  of  Specialised  Nodes  have  been  defined  in  the  MSDF  in  order  to  identify 
investment  priority  areas  for  capital  investments  around  specialised  activity  precincts. 
Projects  are  scored  based  on  their  spatial  intersect  with  these  geographic  priority  areas. 

Branch  Weight 

The  specialised  nodes  have  not  been  weighed  differently.  Therefore,  all  projects  focussing 
on  implementing  projects  within  specialised  nodes  will  receive  elevated  score.  The 
following  specialised  nodes  have  been  identified: 

•  University  Precincts  (i.e.  University  Cities) 
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Category 


Description 


•  Airport  Nodes 

•  Industrial  Nodes 

Input  Variables 

Project  works  location  is  used  as  the  input  to  test  the  geographic  priority  area  score  of 
each  project  based  on  the  specialised  node  shapefiles  provided  by  the  municipality.  A 
score  is  returned  based  on  the  spatial  intersect  between  project  works  location  and 
specialised  node  shapefiles. 

Process 

The  specialised  nodes  for  the  municipality  is  shown  below.  If  a  the  spatial  intersect 
returns  more  than  one  specialised  node  intersecting  with  a  project  works  location,  then 
the  maximum  score  between  the  intersects  is  passed  to  the  parent  branch. 
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Mathematical  Operator 

Maximum  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 

1.5. 2. 2.4  MSDF  Nodal  Hierarchy 

Table  1-24:  MSDF  Nodal  Hierarchy 


Category 

Description 

Definition 

A  hierarchy  of  development  nodes  has  been  defined  in  the  MSDF  in  order  to  identify 
investment  priority  areas  for  capital  investments  around  mixed-use  activity  precincts. 
Projects  are  scored  based  on  their  spatial  intersect  with  these  geographic  priority  areas. 

Branch  Weight 

The  MSDF  nodal  hierarchy  has  been  weighed  differently  based  on  the  importance  or 
hierarchy  of  the  nodes.  Therefore,  a  project  being  implemented  in  a  higher  ranked  nodal 
hierarchy  area  will  receive  a  higher  score  than  a  project  implementing  in  a  lower 
hierarchy  node.  The  following  MSDF  nodes  have  been  identified: 

•  Capital  Core  =  100% 
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Category 


Description 


•  Metropolitan  Nodes  =  75% 

Input  Variables 

Project  works  location  is  used  as  the  input  to  test  the  geographic  priority  area  score  of 
each  project  based  on  the  MSDF  Nodal  Hierarchy  shapefiles  provided  by  the  municipality. 

A  score  is  returned  based  on  the  spatial  intersect  between  project  works  location  and 

MSDF  Nodal  Hierarchy  shapefiles. 

Process 

The  MSDF  Nodal  Hierarchy  for  the  municipality  is  shown  below.  If  a  the  spatial  intersect 
returns  more  than  one  MSDF  Nodal  Hierarchy  intersecting  with  a  project  works  location, 
then  the  maximum  score  between  the  intersects  is  passed  to  the  parent  branch. 

Ptwimda**  Mkhombo 

S  Y V  P<‘S“rv*> 

.. _ ,  .  1  KjtOok** 

Moretele  —  .•«** 

f  t  Ww»Q«r>i  Boroto 

iri  Mj  1  V  \ 

\  \ 

Okrbu  WuatdeWinV  1  ...  M, 

Rust  de  Winter 

VI,.,  ,  ■;  .  ./  Wrtfomwn 

O  _ A*  R*vf 

Mathibeatad  j  V  jf 

**“■*  i  J  Kwaggafontaln 

Moaka  *  l‘"*Y  .y' 

Shakung  f  \  \  t  OiaBron 

MnjAlukjnrana  .  \  .  Vakana  ladorp 

Dinokeng  \  \ 

g  /  \  ^  Game  Reserve  \  > 

»  \  1  Hammanskraal  ■■  l  ^ 

oka  ^  l  ^  XwaMhlanga 

Soshanguvj  Region  2  /g j  \ 

*  /  C5*  Rm  Region  5  1  ..  a 

ijtobop..  7  00  /ran  \  ,  *»v/  \ 

^RegJSTl  /  ™  yv.J  _  \  \  //  V  \ 

/  1  r  -n  \  v--'» x  \  \ 

Ga-^arkuwa  \  CD  /g  /  1  rwl  \  S 

™  Aka;^  t  j  ra\  rs 

IkaatsCatata  1  t  I  _  Cuflinan  , /  /  N 

- \  / 

tbaeapoort  \  Region  3jTeta-aO)  \  ■■  > 

J”  ”  mn  J  S-Iwn  Lakes  /  / 

V  >%_  ^  JL  gomesuip  /  Region  7  • 

daratfoom  FJj  VV  /  ™  '  6r  / 

^  o  \  7  “  o  *N 

j  *r*  *  <  .  X  -  r-/™  1 

■  ^  ^r**'*.  V-E?  ™  tin  ■■ 

1.^  '  _>v.  J  \ 

Lanaada  t>?psloot  m  V.^'  "  \  /  N  1  J 

EBB  ™  _  *»  ™}  wag« 

Mldrand  1>fnbi8a  m  Bapafont^  /  - *'  ^  ‘  - 

■  can  ■■  <  /a.J  _  Og** 

Qm  \  x'-tei  ■  on 

SaNrtfand  ™ 

|  Capital  Core 
|  SDF  Metropolitan  Nodes 

Mathematical  Operator 

Maximum  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 

1.5. 2. 2. 5  BEPP  Economic  Development  Priority  Quadrants 

Table  1-25:  BEPP  Economic  Development  Priority  Quadrants 


Category 

Description 

Definition 

A  hierarchy  of  BEPP  EDPQs  (Integration  Zones)  has  been  identified  in  order  to  identify  and 
rank  investment  priority  areas  for  capital  investments  around  key  priority  precincts.  BEPP 
EDPQs  (Integration  Zones)  are  spatial  investment  areas  specified  as  part  of  the  National 
Treasury  UNS.  Projects  are  scored  based  on  their  spatial  intersect  with  these  geographic 
priority  areas. 

Branch  Weight 

The  BEPP  EDPQs  (Integration  Zones)  have  been  weighed  differently.  Based  on  the 
implementation  of  the  outcomes  of  the  Mayoral  Strategic  Planning  Session,  the  following 
key  areas  and  priority  ranking  has  been  identified: 

•  Targeted  Spatial  Economic  Infrastructure  Investment  Areas 

•  Rosslyn/Wonderboom  Quadrant  -  100% 

•  Watloo/Silverton  Quadrant  -  100% 
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Category 

Description 

•  Sunderland  Ridge/Monavoni  Quadrant  -  100% 

•  Targeted  Spatial  Social  Infrastructure  Investment  Areas 

•  Temba/Hammanskraal  -  50% 

•  Mabopane-60% 

•  Ga-Rankuwa  -  80% 

Input  Variables 

Project  works  location  is  used  as  the  input  to  test  the  geographic  priority  area  score  of 
each  project  based  on  the  BEPP  EDPQs  (Integration  Zones)  shapefile  provided  by  the 
municipality.  A  score  is  returned  based  on  the  spatial  intersect  between  project  works 
location  and  BEPP  EDPQs  (Integration  Zones)  shapefile. 

Process 

The  BEPP  EDPQs  (Integration  Zones)  for  the  municipality  are  shown  below.  If  a  the  spatial 
intersect  returns  more  than  one  BEPP  EDPQs  (Integration  Zones)  shapefile  intersecting 
with  a  project  works  location,  then  the  maximum  score  between  the  intersects  is  passed 
to  the  parent  branch. 

****** 

^  V 

D*««g  Tl*MUd  1 

(full  de  rtr.rtv  J  hfryftfjrT  mttui'Uin 

—A  ™  \  h  Garankuwa 

Region  7  /  Q  inner  city 

r--*’  [}  cm  /  0  \  LH  Mabopane 

4  «JL  \  L  ” .  r^T“  tm  H  Rayton/Cullinan/refilwe 

■  ^  "  *1  f*  ™  □  Rosslyn/Wonderboom 

■■  ^  L.  ^  ^  Q]  Sunderland  ridge/Monavoni 

Mld,and  am  v - *  0  pr“u  H  Temba/Hammanskraal 

am  iS  H  Watloo/Silverton 

Mathematical  Operator 

Maximum  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 

1.5. 2. 3  Financial  Alignment 

The  financial  alignment  goal  or  theme  of  the  prioritisation  model  evaluates  the  degree  to  which 
projects  in  the  municipal  capital  budget  are  considered  to  be  credible,  affordable,  funded,  applied  to 
expand  the  rateable  asset  base  and  improving  the  fiscal  position  of  the  municipality.  The  financial 
alignment  score  is  calculated  within  four  distinct  categories,  namely: 

•  Credibility 

o  Estimated  Lifespan  of  Asset 
o  Budget  Estimate  Credibility 

•  Austerity 

o  Affordability 
o  Co-funding 
o  Opex  Burden 

•  Increased  Rates  Base 

o  Maintenance  of  rateable  infrastructure 
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Figure  1-6:  Financial  Alignment 

1.5. 2. 3.1  Credibility 

Table  1-26:  Lifespan  of  Asset 


Category 

Description 

Definition 

A  fundamental  element  of  responsible  financial  planning  is  to  consider  the  lifespan  of  the 
asset  that  will  be  procured  should  the  specific  capital  request  be  approved.  The  longevity  of 
the  asset  is  something  that  gets  considered  in  the  process  of  calculating  more  sophisticated 
financial  indicators  such  as  the  return  on  investment,  the  net  present  value,  and  so  on. 

The  diversity  of  capital  requests  within  a  public-sector  environment  is  however  of  such  a 
nature  that  the  required  data  to  perform  such  calculations  is  not  readily  available  for  the 
majority  of  projects.  More  rudimentary  proxy  criteria  therefore  had  to  be  sought  that 
would  provide  similar  assurances  from  a  financial  perspective. 

Project  owners  are  required  to  provide  an  estimate  of  the  lifespan  of  the  asset  for  which 
capital  is  requested,  from  the  following  options: 

a.  0-2  years 

b.  3-10  years 

c.  11-20  years 

e.  Not  applicable 

Branch  Weight 

50% 

Input  Variables 

The  input  variables  are  taken  directly  from  the  value  chosen  by  the  project  owner  from  the 
following  list: 
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Category  Description 


a.  0-2  years 

b.  3-10  years 

c.  11-20  years 

e.  Not  applicable 

Process 

The  scoring  mechanism  takes  the  form  of  a  stepping  function  with  each  option  carrying  a 
representative  score. 

Score 

a.  0-2  years  ■■ 

b.  3  - 10  years  BSM 

c.  11 -20  years  ggoB 

d.  >  20  years  fiool 

e.  Not  applicable 

Mathematical  Operator 

Ranked  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 

Table  1-27:  Budget  Estimate  Credibility 


Category  Description 


Category 

Description 

Definition 

The  "Credibility"  of  the  budget  that  is  being  asked  for  is  measured  by  testing  the  credibility 
or  accuracy  of  the  cost  estimate  of  the  asset  for  which  funding  is  requested.  The  scale 
provided  for  the  evaluation  of  budget  estimate  accuracy,  is  the  scale  provided  by  National 
Treasury  in  terms  of  their  SIPDM  /  CIDMS  guidelines.  More  accurate  budget  estimates  are 
rewarded  over  less  accurate  estimates  under  this  evaluation  criterion. 

The  project  owner  needs  to  indicate  the  accuracy  of  the  budget  estimate  based  on  the 
following  scale: 

b.  Class  2  (-5%  to  5%) 

c.  Class  3  (-10%  to  10%) 

d.  Class  4  (-15%  to  20%) 

e.  Class  5  (-20%  to  30%) 

f.  Quotation  /  Tender 

Branch  Weight 

50% 

Input  Variables 

The  input  variables  are  taken  from  the  predetermined  drop-down  list  representing  the 
National  Treasury  prescribed  ranges  as  contained  in  their  SIPDM  /  CIDMS  guidelines. 

b.  Class  2  (-5%  to  5%) 

c.  Class  3  (-10%  to  10%) 

d.  Class  4  (-15%  to  20%) 

e.  Class  5  (-20%  to  30%) 

f.  Quotation  /  Tender 

Process 

The  scoring  mechanism  takes  the  form  of  a  stepping  function  with  each  option  carrying  a 
representative  score. 

Score 

•  Class  1  (-3%  i — >  3%)  [Ml 

•  Class  2  (-5%  <—»  5%)  El 

•  Class  3  (-10%  >  10%)  HO 

•  Class  4  (-15%  >  20%) 

•  Class  5  (-20%  <-- >  30%)  — 

•  Quotation /Tender 

Mathematical  Operator 

Ranked  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 

1.5. 2. 3. 2  Austerity 

Table  1-28:  Affordability 

Category 

Description  |j 

Definition 

The  "Affordability"  of  a  project  is  calculated  by  plotting  the  summed  project  budgets  over 
the  MTREF  period  as  a  graph  from  smallest  (cheapest)  to  largest  (most  expensive).  The 

Category  Description 
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Category 


Description 


75th  percentile  value  is  calculated  across  this  range  of  values.  This  value  is  used  as  an 
approximation  of  what  may  be  considered  as  the  turning  point  in  the  budget  range 
beyond  which  project  can  be  considered  to  become  increasingly  expensive.  The  term 
"expensive"  is  used  with  great  circumspection  and  should  not  be  used  beyond  the  context 
of  this  model.  It  simply  is  an  indicator  representative  of  the  specific  range  of  budget  values 
that  were  requested  over  the  MTREF  for  this  specific  budget  cycle. 

Projects  that  are  "cheaper"  than  the  75th  percentile  does  not  have  a  great  variance  in 
requested  budgets  and  can  all  be  drawn  in  a  relatively  flat  curve  on  a  graph  as  shown  on 
the  graph  below.  Projects  that  are  more  expensive  than  the  75th  percentile,  increases  in 
budget  exponentially  and  rapidly  has  the  "crowding  out"  effect.  "Crowding  out"  means 
that  a  single  "expensive"  project  budget  may  "crowd  out"  numerous  smaller  project 
budgets.  In  terms  of  service  delivery,  having  more  projects  visibly  being  implemented 
often  has  a  greater  impact  than  one  "mega  project".  There  are  of  course  many  exceptions 
to  this  assumption.  This  criterion  simply  penalises  -  from  a  purely  financial  budgeting 
perspective  -  projects  that  are  excessively  expensive. 

It  must  be  kept  in  mind  that  this  is  simply  one  criteria  out  of  many  in  the  model,  and  does 
not  have  an  overriding  effect.  Contextually  though,  when  looking  at  the  financial  planning 
aspects  of  a  municipality  purely,  without  consideration  of  anything  else,  the 
"expensiveness"  of  a  project  is  a  fundamental  consideration. 


Branch  Weight 
Input  Variables 


Process 
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The  input  values  for  this  criterion  is  the  total  capital  budget  requested  over  the  MTREF, 
the  75th  percentile  of  all  capital  budget  requests  over  the  MTREF  and  the  maximum  capital 
budget  request  over  the  MTREF. 
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Category 


Description 


\7Sth-Maximum 


)*“( 


7  Sth- Maximum/ 


I  Maximum 


Mathematical  Operator 


Score  =  100  if  calculated  value  <=  75th  percentile  of  MTREF 

The  score  decays  from  100  to  zero  using  linear  regression  for  any  MTREF  budget  that  is 
more  expensive  than  the  75th  percentile  MTREF  budget  (over  the  entire  range  of  budgets 
for  all  projects). 

Calculated  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 


Table  1-29:  Co-funding 


Category 

Description 

Definition 

The  "Co-Funding"  criterion  appraises  how  much  of  the  requested  capital  is  funded  by 
sources  other  than  the  council's  own  funds.  The  more  co-funding  by  other  sources,  the 
more  the  project  will  score  under  this  criterion.  The  logic  behind  this  is  two-fold. 

•  Firstly,  the  more  external  funding  is  used,  the  lesser  is  the  burden  on  council's  own 
ability  to  fund  the  project. 

•  Secondly,  some  of  the  co-funding  sources  within  a  municipal  environment  is  conditional 
and  there  are  often  time-limitations  or  conditions  to  these  external  sources. 

Therefore,  if  the  funding  is  not  utilised,  the  opportunity  or  availability  of  the  funding  expires 
or  lapses.  Form  a  budgeting  and  planning  perspective,  a  project  that  may  be  slightly  lower 
down  the  ranks  of  priorities,  but  that  has  other  sources  of  funding,  may  be  prioritised  more 
in  order  to  gain  the  benefit  from  its  implementation  and  the  availability  of  funding  to  do  so. 

Branch  Weight 

20% 

Input  Variables 

The  input  values  for  this  criterion  is  the  total  capital  budget  requested  over  the  MTREF  and 
the  percentage  of  co-funding  over  the  MTREF. 

Process 

1 
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Percentage  of  project  co-funded  by  non-council  sources 

X 

y  — - : — 

Maximum 

n  score  of  100  is  achieved  under  this  criterion  of  the  project  is  100%  co-funded 
Durces.  The  more  co-funding,  the  better  the  score  here. 

Mathematical  Operator 

Calculated  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 
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Table  1-30:  Operational  expenditure  as  %  of  GDP 


Category 

Description 

Definition 

The  'operational  expenditure  as  a  percentage  of  GDP'  is  an  indicator  which  measures  the 
impact  of  the  project/programme/portfolio  of  projects  on  the  operational  expenditure  of 
the  city,  which  include  the  wage  bill  impact  of  the  project(s). 

The  indicator  result  will  be  a  very  small  number,  and  also  needs  to  be  interpreted  as  the  % 
increase  (if  positive)  in  government  expenditure  relative  to  the  project's  income  gains. 

The  indicator  is  expressed  in  terms  of  a  R'000  (thousand  rand)  increase  in  operational 
expenditure  for  every  Rim  change  in  GDP  associated  with  the  project(s).  Therefore,  a 
number  of  0.00002  need  to  be  interpreted  as  a  R20  000  increase  in  operational 
expenditure  per  Rim  project  income  (GDP  gains).  In  the  case  of  a  R50m  additional  GDP, 
the  operational  expenditure  is  expected  to  increase  with  R100  000. 

However,  this  number  need  to  be  interpreted  along  with  the  previous  fiscal-indicator.  The 
fiscal  indicator  ALREADY  incorporates  the  changes  in  operational  expenditure.  Therefore, 
in  the  case  where  the  fiscal  deficit-indicator  is  positive  (i.e.  a  decline  in  deficit),  while  the 
operational  indicator  is  also  positive  (i.e.  increase  in  expenses),  the  implication  is  that  the 
income  and  potential  revenue  gains  for  the  city  is  larger  than  the  increased  and  associated 
operational  expense. 

This  indicator  is  therefore  valuable  in: 

•  Planning  with  respect  to  operational  expenditure; 

•  Making  the  business  case  for  high-impact  investment  projects,  which  over  time 
(maturity)  generate  sufficient  income  to  cover  the  associated  increased  operational 
expenditure,  and; 

•  Comparing  project(s)  with  respect  to  their  relative  impact  on  the  City's  (Province's) 
financial  position. 

Branch  Weight 

20% 

Input  Variables 

Economic  Impact  Model  Outputs 

Process 

It  is  not  necessary  to  normalise  this  indicator  as  is  the  case  with  the  other  Economic 

Impact  Model  indicators.  The  indicator  value  is  already  reflected  as  a  percentage  of  GDP. 

The  values  for  the  database  is  normally  ranked  as  depicted  below. 

Operational  Expenditure  As  %  of  GDP 

Mathematical  Operator 

Ranked  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 
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Category 

Description 

Definition 

The  "Increase  in  rates  base"  evaluates  whether  a  project's  implementation  will  contribute 
towards  rates  and  taxes  of  the  city  directly  or  not.  From  a  purely  financial  perspective,  if  a 
project's  implementation  will  directly  lead  to  increased  rates  and  taxes  that  would  be 
collected  by  the  municipality,  this  will  be  beneficial. 

In  order  to  determine  whether  a  project  will  contribute  to  rates  and  taxes,  it  has  to  be 
ascertained  whether  the  project  represents  a  service  (e.g.  the  provision  of  electricity)  that 
can  be  levied  from  the  end-user.  Here,  the  benefit  of  the  data  that  can  be  harvested  from 
the  MSCOA  classification  process  is  evident.  The  MSCOA  classification  assists  to  determine 
whether  the  funding  applied  for  is  for  new  infrastructure  or  for  the  upgrading  of  existing 
infrastructure  in  order  to  improve  capacities. 

Branch  Weight 

20% 

Input  Variables 

A  two-tier  test  is  applied  to  determine  to  what  extent  the  existing  rates  base  or  asset  base  is 
protected  and  expanded.  The  first  test  which  is  applied  is  based  on  the  MSCOA  project 
action  and  sub-action  relating  to  the  MSCOA  Project  Segment. 

The  following  categories  are  tested: 

•  New  rateable  infrastructure:  MSCOA  project  action  =  "New" 

•  Upgrading  of  existing  rateable  infrastructure:  MSCOA  project  sub-action  =  "Upgrading" 

•  Maintenance  of  rateable  infrastructure:  MSCOA  project  sub-action  =  "Renewal" 

The  following  category  weights  are  applied: 

•  New  rateable  infrastructure  =  100 

•  Upgrading  of  existing  rateable  infrastructure  =  75 

•  Maintenance  of  rateable  infrastructure  =  50 

Once  the  projects  have  been  pre-filtered  for  new,  upgrading  or  renewal  actions,  a  second 
test  is  performed  to  ascertain  whether  the  project  is  from  one  of  the  following 
departments: 

•  Energy 

•  Water 

•  Sanitation 

Process 

If  a  project  is  requesting  capital  and  it  emanates  from  one  of  the  departments  that  provides 
infrastructure  that  directly  leads  towards  an  increase  in  the  rates  and  taxes  that  can  be 
collected,  the  project  will  score  fully  under  this  criterion. 

Mathematical  Operator 

Scored  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 

1.5. 2. 3. 4  Fiscal  Deficit  %  of  GDP 

Table  1-32:  Fiscal  deficit  as  %  of  GDP 


Category 

Description 

Definition 

The  'fiscal  deficit  to  GDP  ratio'-indicator  measures  changes  in  the  deficit  position  of  the 
city  relative  to  changes  in  economic  activity,  which  again  is  a  result  of  the 
project/programme/portfolio  of  projects.  The  indicator  result  will  be  a  very  small 
number,  and  it  needs  to  be  interpreted  as  the  %  improvement  (if  positive)  or 
deterioration  (if  negative)  of  the  deficit  relative  to  GDP. 

The  indicator  is  expressed  as  the  change  in  fiscal  deficit  position  (measured  in  terms  of 
R'000)  for  every  Rim  change  in  GDP.  Example:  a  number  of  0.00001  need  to  be 
interpreted  as  a  R10  000  improvement  in  the  fiscal  position,  i.e.  a  R10  000  decline  in  the 
deficit  of  the  city  per  Rim  GDP  gains.  Therefore,  in  the  case  where  a  project  results  in 
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Category 

Description 

R50m  additional  GDP,  the  deficit  should  decline  with  R500  000. 

However,  the  primary  value  of  the  fiscal  indicator  is: 

•  To  determine  whether  the  project/programme  will  have  a  POSITIVE  impact  on  the 
fiscal  position,  i.e.  result  in  a  decline  in  the  deficit,  and; 

•  To  compare  various  projects  in  terms  of  their  impact  on  the  city's  financial  position. 

Branch  Weight 

20% 

Input  Variables 

Economic  Impact  Model  Outputs 

Process 

The  indicator  calculated  by  the  EIM  is  normalised  by  multiplying  the  calculated  EIM  value 
(percentage  points)  with  a  common  denominator  namely  a  million.  This  normalises  the 
indicator  to  Rand  per  Rim  GDP  increase.  The  last  step  in  the  process  is  to  rank  the  actual 
outcomes  linearly  from  most  positive  to  least  positive.  This  results  in  the  typical  graph 
shown  below. 

Change  in  fiscal  position  for  every  Rlmn  change  in  GDP 

Mathematical  Operator 

Ranked  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 

1.5. 2.4  Economic  Alignment 

The  economic  alignment  goal  or  theme  of  the  prioritisation  model  evaluates  the  degree  to  which 
projects  in  the  municipal  capital  budget  contributes  to  the  growth  of  the  municipal  economy  and 
improves  the  economic  position  of  the  residents  within  the  municipality. 

A  macro-economic  impact  module  (EIM)  was  developed  for  the  municipality  specifically  to  make  use 
of  the  data  from  the  CAPS  system.  The  econometric  model  is  specific  for  the  municipality  and  draws 
from  a  sophisticated  range  of  financial  data,  regional  data,  and  population  data  sourced  from  Statistics 
South  Africa.  As  such,  the  EIM  generates  values  for  the  impact  of  individual  and  portfolio  capital 
projects  in  terms  of  a  set  of  economic,  socio-economic  and  fiscal  indicators  -  for  the  city  as  a  whole, 
as  well  as  a  selection  of  key  sub-regions  or  'main  places'. 

The  EIM  is  based  on  the  outputs  of  a  comprehensive  suite  of  econometric  models.  The  workings  of 
the  EIM  are  dynamic  and  consider  the  indirect  city-wide  impacts  of  projects  and  programmes  -  not 
only  the  localised  ward-specific  impact.  The  EIM  therefore  captures  the  iterative,  dynamic  impacts  of 
all  of  the  role-players  within  the  economy  -  households,  business,  government,  foreign  sector,  as  well 
as  the  full  economic  flow  of  goods,  services,  factors  and  money  is  accounted  for,  and  an  iterative 
computational  process  is  utilised. 

The  outputs  from  the  economic  model  is  further  augmented  spatially  by  evaluating  the  alignment  of 
the  project's  location  and  affected  area,  with  geographic  areas  that  were  graded  across  the  entire 
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municipal  area  in  terms  of  its  economic  impact  in  a  separate  economic  study  that  was  conducted  for 
this  purpose. 

The  economic  alignment  score  is  calculated  within  two  distinct  categories,  namely  (refer  to  Figure 
1-7): 

•  Focus  on  impact 

•  Focus  on  people 


Capital  Planning  System  (CAPS) 
Prioritization  Model 


Economic 


20% 


20% 


20% 


Figure  1-7:  Economic  Alignment 


Focus  on  Impact  Focus  on  People 


1.5. 2.4.1  Focus  on  Impact 

Table  1-33:  Economic  Activity  (Income)  in  terms  of  Gross  Domestic  Product  (GDP) 


Category 


Description 


Definition 


GDP  measures/represents  the  value  of  economic  activity  (income)  that  has  been 
generated  across  all  industries  in  the  economy  as  a  result  of  the  project  /  programme  / 
portfolio  of  projects.  It  takes  into  account  the  value  of  taxes  and  subsidies  on  both 
production  and  consumption  goods/services.  As  such,  the  GDP  figure  is  presented  at 
'market  price'  value.  It  is  measured  in  nominal  Rand,  i.e.  at  current  prices. 

The  number  represents  the  total,  net  impact  of  the  project,  i.e.  taking  into  account  the 
'winners'  and  'losers'  in  the  economy;  the  benefits  and  costs  associated  with  the  project. 
The  number  is  not  'time'-bound,  in  the  sense  that  the  GDP  figure  represents  the  full 
impact,  once  the  project  investment/spending  has  had  time  to  'mature',  i.e.  the 
investment  /  spending  impact  has  filtered  ('rippled')  through  the  economy  and  the 
feedback  have  stabilised.  As  such,  the  number  is  an  indicating  of  the  net  potential 
income  impact  of  the  project  /  programme,  assuming  no  other  interventions  / 
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Category 


Description 


interruptions  (i.e.  all  things  being  equal),  etc. 

The  GDP  indicator  is  valuable  in  comparing  the  relative  impact  of  different  projects  / 
programmes  or  portfolios  of  projects,  in  terms  of  the  additional  economic  activity  that 
they  'unlock'  for  every  Rand  invested  and/or  spent  over  the  project  implementation 
time-line. 

The  GDP-indicator  also  provides  a  measure  of  the  'net  tax  revenue'  available  to 
government,  but  also  the  'net  tax  burden'  on  producers  and  consumers. 


Branch  Weight 


25% 


Input  Variables 


Economic  Impact  Model  Outputs 


Process 


The  indicator  calculated  by  the  EIM  is  normalised  by  dividing  the  calculated  EIM  value 
with  a  common  denominator  namely  the  capital  requested  over  the  MTREF.  This  is  done 
as  a  necessary  step  to  establish  comparability  between  projects  and  wards.  The  last  step 
in  the  process  is  to  rank  the  actual  outcomes  linearly  from  most  positive  to  least  positive. 
This  results  in  the  typical  graph  shown  below. 


GDP/CAPEX  ranked 


Mathematical  Operator 

Ranked  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 

Table  1-34:  Income  per  capita 

Category 

Description 

Definition 

The  "Income  per  Capita''  indicator  measures  the  Rand  value  of  income  (through  GDP)  per 
member  of  the  population.  It  links  the  changes  in  economic  activity  (on  the  back  of 
'matured'  implementation  of  the  project  spending  on  the  GDP  to  household  income  and 
therefore  presents  a  measure  for  income  distribution  as  well  as  the  effectiveness  of  the 
project  in  achieving  socio-economic  gains. 

Branch  Weight 

25% 

Input  Variables 

Economic  Impact  Model  Outputs 

Process 

The  indicator  calculated  by  the  EIM  is  normalised  by  dividing  the  calculated  EIM  value 
with  a  common  denominator  namely  the  capital  requested  over  the  MTREF.  This 
normalises  the  indicator  to  Rand  per  Rlbn  capital  spending.  The  last  step  in  the  process 
is  to  rank  the  actual  outcomes  linearly  from  most  positive  to  least  positive.  This  results  in 
the  typical  graph  shown  below. 
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Category 


Description 


Individual  Income  per  Rlbn  capital  spending 


Mathematical  Operator 


Ranked  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 


Table  1-35:  Austerity:  Operational  expenditure  as  percentage  of  GDP 


Category 

Description 

Definition 

The  'operational  expenditure  as  a  percentage  of  GDP'  is  an  indicator  which  measures  the 
impact  of  the  project/programme/portfolio  of  projects  on  the  operational  expenditure  of 
the  city,  which  include  the  wage  bill  impact  of  the  project(s). 

The  indicator  result  will  be  a  very  small  number,  and  also  needs  to  be  interpreted  as  the  % 
increase  (if  positive)  in  government  expenditure  relative  to  the  project's  income  gains. 

The  indicator  is  expressed  in  terms  of  a  R'000  (thousand  rand)  increase  in  operational 
expenditure  for  every  Rim  change  in  GDP  associated  with  the  project(s).  Therefore,  a 
number  of  0.00002  need  to  be  interpreted  as  a  R20  000  increase  in  operational 
expenditure  per  Rim  project  income  (GDP  gains).  In  the  case  of  a  R50m  additional  GDP, 
the  operational  expenditure  is  expected  to  increase  with  R100  000. 

However,  this  number  need  to  be  interpreted  along  with  the  previous  fiscal-indicator.  The 
fiscal  indicator  ALREADY  incorporates  the  changes  in  operational  expenditure.  Therefore, 
in  the  case  where  the  fiscal  deficit-indicator  is  positive  (i.e.  a  decline  in  deficit),  while  the 
operational  indicator  is  also  positive  (i.e.  increase  in  expenses),  the  implication  is  that  the 
income  and  potential  revenue  gains  for  the  city  is  larger  than  the  increased  and  associated 
operational  expense. 

This  indicator  is  therefore  valuable  in: 

•  Planning  with  respect  to  operational  expenditure; 

•  Making  the  business  case  for  high-impact  investment  projects,  which  over  time 
(maturity)  generate  sufficient  income  to  cover  the  associated  increased  operational 
expenditure,  and; 

Comparing  project(s)  with  respect  to  their  relative  impact  on  the  City's  (Province's) 
financial  position. 

Branch  Weight 

34% 

Input  Variables 

Economic  Impact  Model  Outputs 

Process 

It  is  not  necessary  to  normalise  this  indicator  as  is  the  case  with  the  other  Economic 

Impact  Model  indicators.  The  indicator  value  is  already  reflected  as  a  percentage  of  GDP. 
The  values  for  the  database  is  normally  ranked  as  depicted  below. 
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Category 

Description 

Operational  Expenditure  As  %  of  GDP 

400 

350 

n  X 

V 

50 -  x. 

Mathematical  Operator 

Ranked  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 

Table  1-36:  Number  of  Beneficiaries 


Category 

Description 

Definition 

The  spatial  analysis  capability  of  the  CAPS  system,  in  combination  with  the  affected  area  or 
beneficiary  area  of  the  project,  is  used  to  automatically  deduct  the  number  of  beneficiaries 
that  will  be  impacted  or  benefitted  by  the  project.  From  an  economic  perspective,  the 
more  people  that  are  affected  by  an  investment,  the  larger  the  impact  should  be  on  the 
economy  and  the  more  benefit  will  accrue  to  the  community. 

Branch  Weight 

33% 

Input  Variables 

Project  affected  area 

Process 

The  number  of  beneficiaries  of  the  Statistics  South  Africa  Census  2011  is  loaded  onto  the 
CAPS  system  at  small  area  level.  The  proportional  spatial  intersect  of  the  project's  affected 
area  and  the  Census  2011  small  area  layer  is  calculated.  The  sum  of  the  population  in  the 
intersected  Census  2011  small  area  layer  is  divided  by  the  maximum  population  affected  by 
any  project  in  the  CAPS  database  in  order  to  create  a  beneficiary  population  index.  Projects 
are  therefore  ranked  from  highest  number  of  beneficiaries  impacted  to  the  lowest  number 
of  beneficiaries  impacted.  The  above  calculation  is  expressed  by  the  following 
mathematical  equation: 

Y  =  (x  /  Max  Affected  Area  Population)  *  100 

This  project  impact  is  also  provided  per  project  on  the  CAPS  Project  Impact  screen  (shown 
below). 

Spatial  Impact  Beneficiary  Impact  Economic  Impact  Project  Score 

Indicator  Works  Location  Affected  Area  Municipality 

Population  37435  33356  3178239 

Number  of  Households  13842  10397  1011351 

Low  income  6360  4794  390738 

Middle  income  7458  5587  586809 

High  income  24  15  37293 

Mathematical  Operator 

Maximum  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 
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Category 


Description 


Definition 


Branch  Weight 
Input  Variables 
Process 


The  "Job  Creation"  indicator  represents  the  number  of  people  that  may  become  employed 
across  all  industries  as  a  result  of  the  project.  It  distinguishes  between  "job-opportunities" 
and  "job-absorption"  -  these  are  distinctly  different.  Job  opportunities  measures  the  total 
number  of  potential  jobs  that  may  be  generated  across  all  industries  on  the  back  of 
matured  implementation.  Job  absorption  is  the  number  of  jobs  that  may  be  occupied 
across  all  industries.  The  job  absorption  figure  adjusts  (lowers)  the  job  opportunities  figure 
for  structural  unemployment,  i.e.  the  percentage  of  the  labour  force  that  are 
unemployable  for  reasons  of  lack  of  skills,  socio-economic  impediments,  etc. 

25% 

Economic  Impact  Model  Outputs 

The  indicator  calculated  by  the  EIM  is  normalised  by  dividing  the  calculated  EIM  value  with 
a  common  denominator  namely  the  capital  requested  over  the  MTREF.  This  is  done  as  a 
necessary  step  to  establish  comparability  between  projects  and  wards.  The  result  is 
presented  as  jobs  created  per  Rim  capital  spent.  The  last  step  in  the  process  is  to  rank 
the  actual  outcomes  linearly  from  most  positive  to  least  positive.  This  results  in  the  typical 
graph  shown  below. 


Mathematical  Operator 


Jobs  per  Rim  capital  spending  ranked 


Ranked  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 


Table  1-38:  Income-expenditure  ratio 


Category 

Description 

Definition 

The  "Income  to  expenditure  ratio"  indicator  is  an  indicator  of  surplus  income  of  potential 
savings  per  household.  This  is  a  direct  "wealth  measure".  It  expresses  the  potential 
income  gains  relative  to  the  higher  spending  behaviour  on  the  back  of  changes  in 
economic  activity.  This  indicator  therefore  measures  the  impact/effectiveness  of  the 
investment/spending  portfolio  in  increasing  households'  propensity  to  save.  As  such,  the 
indicator  is  also  a  measure  of  'wealth'  improvement  associated  with  the  project. 

Branch  Weight 

25% 

Input  Variables 

Economic  Impact  Model  Outputs 

Process 

The  indicator  calculated  by  the  EIM  is  normalised  by  multiplying  the  calculated  EIM  value 
with  a  common  denominator  namely  the  GDP  value.  This  normalises  the  indicator  to 

Rand  per  Rlbn  GDP  increase.  The  last  step  in  the  process  is  to  rank  the  actual  outcomes 
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Category 


Description 


linearly  from  most  positive  to  least  positive.  This  results  in  the  typical  graph  shown 
below. 

Individual  Income  per  Rlbn  capital  spending 


Mathematical  Operator 


Ranked  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 


Table  1-39:  Production  Output  -  Gross  Value  Addition  (GVA) 


Category 

Description 

Definition 

Gross  Value  Addition  (GVA)  measures/represents  the  value  of  economic  activity  (income) 
that  has  been  generated  across  ALL  industries  as  a  result  of  the 

project/programme/portfolio  of  projects.  It  does  not  take  into  account  the  value  of  taxes 
and  subsidies  on  both  production  and  consumption  goods/services.  As  such,  the  GVA 
figure  is  presented  at  'market  price'  value.  It  is  measured  in  nominal  Rand,  i.e.  at  current 
prices. 

The  number  represents  the  TOTAL,  NET  impact  of  the  project,  i.e.  taking  into  account  the 
'winners'  and  'losers'  in  the  economy;  the  benefits  and  costs  associated  with  the  project. 
The  number  is  not  'time'-bound,  in  the  sense  that  the  GVA  figure  represents  the  full 
impact,  once  the  project  investment/spending  has  had  time  to  'mature',  i.e.  the 
investment/spending  impact  has  filtered  ('rippled')  through  the  economy  and  the 
feedback  have  stabilised.  As  such,  the  number  is  an  indicating  of  the  net  POTENTIAL 
income  impact  of  the  project/programme,  assuming  no  other 
interventions/interruptions,  etc. 

The  GVA  indicator  is  valuable  in  comparing  the  relative  impact  of  different 
projects/programmes  or  portfolios  of  projects,  in  terms  of  the  additional  economic 
activity  that  they  'unlock'  for  every  Rand  invested  and/or  spent  over  the  project 
implementation  time-line. 

Branch  Weight 

30% 

Input  Variables 

Economic  Impact  Model  Outputs 

Process 

The  indicator  calculated  by  the  EIM  is  normalised  by  dividing  the  calculated  EIM  value 
with  a  common  denominator  namely  the  capital  requested  over  the  MTREF.  This  is  done 
as  a  necessary  step  to  establish  comparability  between  projects  and  wards.  The  last  step 
in  the  process  is  to  rank  the  actual  outcomes  linearly  from  most  positive  to  least  positive. 
This  results  in  the  typical  graph  shown  below. 
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Category 


Description 


GDP/CAPEX  ranked 


Mathematical  Operator 


Ranked  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 


Table  1-40:  Employment  (Job  Absorption) 


Category 

Description 

Definition 

The  "Employment"  indicator  represents  the  number  of  people  that  are  likely  to  be 
absorbed  by  the  economy  across  all  industries  as  a  result  of  the  project.  Job  opportunities 
measures  the  total  number  of  potential  jobs  that  may  be  generated  across  all  industries 
on  the  back  of  matured  implementation.  Job  absorption  is  the  number  of  jobs  that  may  be 
occupied  across  all  industries.  The  job  absorption  figure  adjusts  (lowers)  the  job 
opportunities  figure  for  structural  unemployment,  i.e.  the  percentage  of  the  labour  force 
that  are  unemployable  for  reasons  of  lack  of  skills,  socio-economic  impediments,  etc. 

Branch  Weight 

25% 

Input  Variables 

Economic  Impact  Model  Outputs 

Process 

The  indicator  calculated  by  the  EIM  is  normalised  by  dividing  the  calculated  EIM  value  with 
a  common  denominator  namely  the  capital  requested  over  the  MTREF.  This  is  done  as  a 
necessary  step  to  establish  comparability  between  projects  and  wards.  The  result  is 
presented  as  employment  opportunities  per  Rim  capital  spent.  The  last  step  in  the 
process  is  to  rank  the  actual  outcomes  linearly  from  most  positive  to  least  positive.  This 
results  in  the  typical  graph  shown  below. 
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Category 

Description 

Employees  per  Rim  capital  spending  ranked 

-- 

— 

5 *  100 

» 

Mathematical  Operator 

Ranked  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 

1.5. 2. 5  Technical  Alignment 


The  technical  alignment  goal  or  theme  of  the  prioritisation  model  evaluates  the  degree  to  which 
projects  in  the  municipal  capital  budget  aligns  with  the  asset  management  plans,  analysis  and 
modelling  of  the  technical  or  utility  services  departments.  The  technical  alignment  score  is  calculated 
using  departmental  rating  criteria. 


Strategic 


~T~ 

\ 

Spatial 


20% 


Figure  1-8:  Technical  Alignment 


Capital  Planning  System  (CAPS) 
Prioritization  Model 


Departmental  Rating 


Department  Rating 


Departmental  Hotspots 


The  criteria  which  forms  part  of  the  following  branches  have  been  described  in  previous  sections: 

•  Departmental  Hotspots  were  used  as  a  proxy  for  establishing  the  focus  on  Basic 
Infrastructure  described  in  Section  1.5. 2. 1.3,  refer  to  Table  1-11:  Focus  on  Basic 
Infrastructure. 
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Category 

Description 

Definition 

The  departmental  rating  incorporates  the  relative  importance  bestowed  on  each  project 
generated  /  created  by  the  originating  department.  A  score  out  of  100  is  asked  and  can  be 
entered  by  means  of  a  slider.  Departments  that  do  not  introduce  enough  variability  in  their 
department's  project  scores  are  penalised  somewhat.  This  is  to  prevent  that  a  department 
marking  all  their  projects  as  "100"  or  critical  does  not  get  an  unfair  advantage  over 
departments  that  rate  their  projects  fairly  (i.e.  numerous  project  scores  ranging  from  0  to 
100). 

Branch  Weight 

Department  Technical  Rating  ->  33% 

Input  Variables 

The  department  technical  rating  is  captured  using  a  project  priority  rating  slider  for  each 
project  on  the  technical  section  of  the  project  capturing  screen. 

Pr°J#c,n,m#  Daveyton  NMT 

Scope  Description  Renewal  Existing  Infrastructure  CapitalAsset:  10  km  Roads  Infrastructure  Road  Structures  in  Daveyton ,  corner  of  Eiselen,  Turton,  Hurul 

Description  Construction  of  paved  pedestrian  walkways;  new  kerbing;  taxi  lay-bys;  installation  of  street  lighting;  street  furniture;  safety  constraints  and 

landscaping.  EISELEN  STREET  -  Paved  Sidewalk  on  both  sides,  Length  =  2300m,  . 

Priority 

Very  Low  Low  Moderate  High  Urgent  Critical 

Process 

The  departmental  rating  score  is  a  normalised  score  per  project  based  on  the  range 
between  the  department's  minimum  project  rating  and  maximum  project  rating.  The  above 
calculation  is  expressed  by  the  following  mathematical  equation: 

Y  =  [TPR(ThisProject)  -  TPR(Dept_Min)]  /  [TPR(Dept_Max)-TPR(Dept_Min)]*(TPR(Dept_Max)- 
TPR(Dept_Min)/TPR(Dept_Max))*100 

Where: 

•  Y  =  project  score 

•  TPR  =  Technical  priority  rating  (between  0  and  100) 

•  Dept_Min  =  lowest  department  project  technical  rating 

•  Dept_Max  =  highest  department  project  technical  rating 

Mathematical  Operator 

Maximum  value  achieved  by  the  project  is  passed  through  to  the  parent  scoring  branch. 

Given  that  this  test  is  a  mathematical  equation  which  only  produces  one  answer  per  project, 
the  mathematic  operator  on  the  branch  is  inconsequential. 
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